ಕರ್ನಾಟಕ ವಿಧಾನ ಪರಿಷತ್ತು 


ಚುಕ್ಕೆ ಗುರುತಿನ ಪ್ರಶ್ನೆ ಸಂಖ್ಯೆ 


. ಸದಸ್ಯರ ಹೆಸರು 


. ಉತ್ತರಿಸುವ ದಿನಾಂಕ 
. ಉತ್ತರಿಸುವ ಸಚಿವರು 


: 99 (0೦8) 


; ಶ್ರೀ ಹೆಚ್‌.ಎಂ. ರಮೇಶ್‌ ಗೌಡ (ವಿಧಾನಸಭೆಯಿಂದ 


ಚುನಾಯುತರಾದವರು) 


; 21.09.2೦೧1 


: ಮಾನ್ಯ ಬೃಹತ್‌ ಮತ್ತು ಮಧ್ಯಮ ಕೈಗಾರಿಕೆ ಸಚವರು 


ps ಪ್ರಶ್ನೆ 


ಉತ್ತರ 


ಕಳೆದ 3 ವರ್ಷಗಳಲ್ಲಿ 
ಕೆ.ಐ.ಎ.ಡಿ.. ವತಿಯಿಂದ 
ಕೈಗೊಂಡ ಕಾಮಗಾರಿಗಳು 
ಯಾವುವು ಯಾವ ಏಜೆನ್ಸಿಗಳ 
ಮೂಲಕ ಕಾಮಗಾರಿಗಳನ್ನು 
ಅನುಷ್ಠಾನಗೊಳಆಸಲಾಗುತ್ತಿದೆ; 
(ಕಾಮಗಾರಿವಾರು ಹಾಗೂ 
ಗುತ್ತಿಗೆದಾರವಾರು' ವವರ 
ನೀಡುವುದು) 


ಕಾಮಗಾರಿಯ ವಿವರ ಸಂಖ್ಯೆ 
- _ " ಕೋಟಗಳಟಣ್ಲ) 
2೦1೮-19 ನೇ ಸಾಅನಟ್ಲ 
ಸಿವಿಲ್‌ | . 40 . 4೦3.21 
ವಿದ್ಯುತ್‌ a8 | 28೦.68 
ಒಟ್ಟು 78. 642.89 
2೦19-2೦ ನೇ ಸಾಅನಲ್ಲ 
|| ಸಿವಿಲ್‌ . ಡರ : ಡಂ5ರ8 
ಸಂಸ್ಕರಿಸಿದ ನೀರು .' 03 ರಡ.43 
ಸರಬರಾಜು ಹಾಗೊ 
ಡಿ.ಐ. ಕೊಳವೆ. ಮಾರ್ಗ 
(10 ವರ್ಷಗಳ ವಾರ್ಷಿಕ 
ನಿರ್ವಹಣೆ ಸೇರಿ) 
ವಿದ್ಯುತ್‌ . 20 169.69 
ಬಟ್ಟು 58 .  8ರಡ70 


ಕರ್ನಾಟಕ ಕೈಗಾರಿಕಾ ಪ್ರದೇಶಾಭವೃದ್ಧಿ ಮಂಡಳ 
ವತಿಯಂದ ಕಳೆದ ಆ ವರ್ಷಗಳಲ್ಲ ಕೈಗೊಳ್ಳಲಾಗಿರುವ 
ಕಾಮಗಾರಿಗಳ ವಿವರ ಈ ಕೆಳಕಂಡಂತಿದೆ:- 


ಮೊತ್ತ (ರೂ. 


2೦೦೦-21ನೇ ಸಾಅನಲ್ಲ . 
ಸಿವಿಲ್‌ 40 666.34 
| ವಿದ್ಯುತ್‌ 76. : 249.೮1 
ಬಟ್ಟು ne 91೮.85 


(ವಿವರಗಳನ್ನು ಅನುಬಂಧ-1 ರ್ಣ ಒದಗಿಸಿದೆ) 


(ಆ) 


ಸದರಿ ಕಾಮಗಾರಿಗಳನ್ನು 
ಅನುಷ್ಠಾನ ಮಾಡುವಾಗ ಕೆ.ಟ.ಪ.ಪಿ. 
ನಿಯಮ ಪಾಲನೆಯಾಗಿದೆಯೇ:; 
(ಕಾಮಗಾರಿವಾರು ವಿವರ 
ನೀಡುವುದು) 


ಕೆ.ಐ.ಎ.ಡಿ.ಜ.ಯ ಕಾಮಗಾರಿಗಳನ್ನು 
ಮಾಡುವಾಗ ಕೆ.ಟ.ಪಿ.ಪಿ. ನಿಯಮ ಪಾಲನೆ ಮಾಡಲಾಗಿದೆ. 


ಅನುಷ್ಠಾನ 


ವಿವರಗಳನ್ನು ಅನುಬಂಧ! ರಲ್ಲ ಒದಗಿಸಿದೆ. 


NC) 


ಕೆಲವು ಕಾಮಗಾರಿಗಳು ಕಳಪೆ 
ಗುಣಮಚ್ಣದಿಂದ ಕೂಡಿರುವುದು 
ಸರ್ಕಾರದ ಗಮನಕ್ಷೆ ಬಂದಿದೆಯೇ; 
ಬಂದಿದ್ದಲ್ಲ ಯಾವ ಕ್ರಮ 
ತೆಗೆದುಕೊಳ್ಳಲಾಗಿದೆ: 
(ಕಾಮಗಾರಿವಾರು ವಿವರ 


-| ನೀಡುವುದು) 


ಕೆ.ಐ.ಎ.ಡಿ.ಅ.ಯು ಕಾಮಗಾರಿಗಳನ್ನು ಕೈಗೊಳ್ಳುವಾಗ 
ಪ್ರಾಥಮಿಕ ಹಂತದಿಂದಲೇ ಕಾರ್ಯಪಾಲಕ ಇಂಜನಿಯರ್‌, 
ಇಂಜಿನಿಯರ್‌: ಹಾಗೂ 


ಸಹಾಯಕ ಇಂಜನಿಯರ್‌.ಗಳು ಕೆ.ಟಿ.ಪಿ.ಪಿ. ನಿಯಮದ 


ಸಹಾಯಕ ಕಾರ್ಯಪಾಲಕ 
ಪ್ರಕಾರ Project Management Consultants ರವರ 
ಉಸ್ಪುವಾರಿಯಲಣ್ಲ . ಕಾಮಗಾರಿಗಳನ್ನು 
ಅನುಷ್ಠಾನಗೊಳಸುತ್ತಿರುವ ಕಾರಣ. ಈ ಕಾಮಗಾರಿಗಳು 


| ಉತ್ತಮ ಗುಣಮಟ್ಟದಿಂದ . ಕೂಡಿರುತ್ತದೆ. ಅದರಂತೆ, 


ಯಾವುದೇ ಕಾಮಗಾರಿಯು ಕಳಪೆ. ಗುಣಮಟ್ಟದಿಂದ 


| ಕೂಡಿರುವುದಿಲ್ಲ. 


(ಈ) 


ಕೆಲವು ಕಾಮಗಾರಿಗಳು 
ಅಪೂರ್ಣವಾಗಿದ್ದು, ಇದಕ್ಕೆ | 
ಕಾರಣಗಳೇನು: ಸದರಿ ' 
ಕಾಮಗಾರಿಗಳನ್ನು 


ಭೂ ತಕರಾರಿನಿಂದ ಹಾಗೂ ಕೋವಿಡ್‌-19ರ 
ರೋಗದ 'ಲಾಕ್‌ಡೌನ್‌ನಿಂದ 
ಕಾಮಗಾರಿಗಳಗೆ ಅವಶ್ಯವಿರುವ ಕಚ್ಚಾ ಸಾಮಾಗ್ರಿಗಳು. 


ಸಾಂಕ್ರಮಿಕ . ಕಾರಣ . 


| ನುರಿತ ಕಾರ್ಮಿಕರು ಲಭ್ಯತೆ ಇಲ್ಲದಿದ್ದರಿಂದ ಕಳೆದ 3 


ಪೂರ್ಣಗೊಳಸಲಾಗಿದೆ ಎಂದು 


ವರ್ಷಗಳಟ್ಲ 24 ಕಾಮಗಾರಿಗಳು ವಿಳಂಬವಾಗಿದ್ದು, ಈ 


ಗುತ್ತಿಗೆದಾರರಿಗೆ ಹಣ 
ಪಾಪತಿಸಿರುವುದು ಸರ್ಕಾರದ 
ಗಮನಕ್ಕೆ ಬಂದಿದೆಯೇ? 
(ಬಂದಿದ್ದಲ್ಲ ಸಂಪೂರ್ಣ ವಿವರ 
ನೀಡುವುದು) ' 


ಕಾಮಗಾರಿಗಳನ್ನು ಹಂತ ಹಂತವಾಗಿ ಪೂರ್ಣಗೊಳಸಲು 


ಕ್ರಮವಹಿಸಲಾಗುತ್ತಿದೆ. ವರ್ಷವಾರು ವಿವರ ಈ।. 
ಕೆಳಕಂಡಂತಿದೆ | 
ವರ್ಷ , ಕಾಮಗಾರಿ - ಸಂಖ್ಯೆ 
| 2018-19 ಪಿವಿಲ್‌ ೦೮ 

ವಿದ್ಯುತ್‌ [02 
, [2019-20 | ಸಿವಿಲ್‌ , ೦೮ 


ಸಂಸ್ಕರಿಸಿದ ನೀರು ೦3 


ಸರಬರಾಜು 
ವಿದ್ಯುತ್‌ | 02 
2೦೭೦-೭1 | ಪಿವಿಲ್‌ 07 
ಒಟ್ಟು 24 ಕ| 


ಮುಂದುವರೆದು, ಕಾಮಗಾರಿಯ ಪ್ರಗತಿಯನ್ನು|.. 


ಆಧರಿಸಿ ಹಣವನ್ನು ಜಡುಗಡೆ ಮಾಡಲಾಗುತ್ತಿದೆ. ಆದ್ದರಿಂದ 
ಕೈಗೆತ್ತಿಕೊಳ್ಳದೇ ಇರುವ ಯಾವುದೇ ಕಾಮಗಾರಿಗಳಗೆ 
ಹಣವನ್ನು ' ಪಾವತಿಸಿರುವುದಿಲ್ಲ. 

ವಿಳಠಂಬವಾದ ಕಾಮಗಾರಿಗಳ ಪಟ್ಟಿಯನ್ನು 
ಅನುಬಂಧ-2 ರಣ್ಣ ಒದಗಿಸಿದೆ. 


ಸಂಖ್ಯೆ: ಸಿಐ 182 ಐಎಪಿ (ಇ) 2೦೦1 


.  (ಮುರಿದೆಶ್‌ ಆಕ್ಸ್‌ 
ಬೃಹತ್‌ ಮತ್ತು ಮಧ್ಯಮ ಕೈಗಾರಿಕೆ ಸಚಿವರು 


ಅನುಬಂಧ-1 


ಮಂಡಳಿ ವತಿಯಿಂದ 2018-19ನೇ ಸಾಲಿನಲ್ಲಿ ಕೈಗೆತ್ತಿಕೊಳ್ಳಲಾದ ಸಿವಿಲ್‌ ಕಾಮಗಾರಿಗಳ ವಿವರಗಳು 


Sl No. 


Name of the work 


Name of the agency 


Contract amount 
" (inRs) 


Work Order Date 


Remarks 


Construction of retaining wall and formation of 
approach road to MUSS connecting from 3rd: 
cross road at Somanahalli Industrial Area, 
Maddur Taluk and Mandya District. 


M/s. Abhivrudh Nirman, Bangalore 


11,16,73,003.70 


28-05-2018 


Work Completed 


Re surfacing of 30M wide road no.1 & road no.24 


at Growth center Industrial Area, Hassan 
District ; 


M/s. Prakruthi Constructions, 
Bangalore 


11,49,81,161.21 


25-05-2018 


“ Work Completed 


Formation of layout for formation of New 
Industrial Area in Ambewadi, Dandeli » Haliyal 
taluk, Uttara kannada District. 


Sri. Syed Koyanchi Thangal, Uttara 
Kannada District 


12,77,18,396.00 


06-07-2018 


Work Completed 


Upgradation of roads, Drains, water supply 
works and electrical works in Eastern part and 
Western part of Belur Industrial Area, Dharwad 
Taluk and Dharwad District. 


Sri Doddabasanagowda, Raichur 


'1,83,23,006.02 
¥ 


14-06-2018 


Work Completed 


Providing of water supply to sub layout in Block 
No. 6 and repair of water supply pipeline at EPIP 
lst phase, Ganjimutt, Mangalore Taluk, 
Dakshina Kannada District. 


Sri Somanatha Reddy Sajjalu, Hospet, 


' 597,774.05 


21-06-2018 


Work Completed 


Formation including asphalting of 12M wide 
approach road in Block No. 6 of EPIP lst phase, 


Ganjimutt, Mangalore Taluk, Dakshina Kannada 
District. 


Sri. B.K. Ismail, PWD, Chitradurga 
| District. 


;45,29,840.52 


13-07-2018 


Work Completed 


Providing 4MLD treated water supply scheme 
including construction of GLSR , water 


main for Raichur Housing Area, Raichur 
District. 


‘|M/s.Maloo Constructions India (Pvt) (Ltd) 
treatment plant and 300mm dia DI pipe raising ‘|. 


Bengaluru: 


] 


12,16,95,162.00 


13-08-2018 


work is 90% 
completed. Delayed 


due to land problem 1 


Formation of. New Industrial layout including 
asphalting of 15M & 12M wide road construction 
of RCC drains, RCC culverts , construction of 
RCC over head tank 2.00 lakhs litres capacity at 
proposed Industrial layout at Balakundi, 
Hungund Taluk, Bagalkot District. 


M/s. inncon Infrastructure Pvt. Ltd. Sri. 


14,48,82,252.47 


16-08-2018 


work is 95% 
completed. Delayed 
due to land problem 


pS 


Drilling of new 8 Nos. Borewells & Re-drilling of 
old 5 Borewells incuding water supply line to 


Devakathikoppa Industrial Area, Shivamogga 
District. 


M/s. SP Borewells, 
Bangalore 


j2,49,707.74 
l . 


23-08-2018 


Work Completed 


10 


Construction of Quarters and KIADB office 
building near Raichur Housing Area in Survey 
No. 123 at Yeramerus village, Raichur Taluk & 
District. 


Sri. Narayana S Singade, PWD Classi 


14-08-2018 


work is 98% 
complete. Delayed 
due to covid 19° 
Pandemic 


Construction of Solid Waste Management unit at 
Kolhar Industrial Area, Bidar District. 


Sri. Suresh S Kanaii, 


62,40,813.91 


20-08-2018 


work is completed 


Formation of 32M, 30M, 18M wide road (Road 
No. 2A], 2A2, 2A3, 2A4, 2AS, 2A6, 2A7, 2A8, 
2A9, 2A10) {Reserved for SC/ST inIT sector) and 
formation of 18M wide road {Road No. 1-Al,A2, 
A3, A4, AS, A6 & A7) in Hardware Park, - 
including Asphalting, construction of RCC side 
drains,-RCC cross drainage works, RCC storm. 
water drains, RCC cross drainage works, RCC 
storm water drains, HDPE water supply line at 
Sub layout in Plot Nos. 4,5 & 6 Hi-Tech, defense 
and Aerospace park, Devanahalli, Bengaluru 
Rural District. 


Sri. [brahim Sherief, Shivamogga 


17,80,75,064.80 


16-08-2018 


Work is completed 


13 


Providing and fixing chain link fencing for the 
park and buffer zone at Kolhar Industrial Area, 
Bidar District. , 


Sri. Suresh S Kanaji, Bengaluru 


4,15,70,636.15 


20-08-2018 


Work is completed 


14 


Formation of approach road from state highway 
and internal road to the water supply plot, 
construction of drain, pipe culvert & providing 
fencing for parking area at Nandikur Industrial 
Area, Udupi Taluk and District. 


M/s. Abhivrudh Nirman, Bangalore ' 


15,64,942.81 
; 


12-09-2018 


Work is completed 


15 


Construction of Footpath and Paved shoulder to 
Road No.3 at Baikampady I.A, Mangaluru Taluk, 
D.K.District. - 


Sri. Nissar-Ahmed, 


, Suratkal, D.K.District 


1,82,07,980.00 


09-08-2018 


Workis Completed 


16 


Formation of 24M wide road (Road No. 
2,10,11,12,13,14,15,16,17,18,19, 20,21,22,23 ಹಿ 
24) 18M wide road (Road No. 1,3,4,5,6,7,8 & 9), 
15M widelroad (Road No. 25 & 26) including 
concreting, construction of RCC side drains, 
RCC cross drainage works & RCC storm water 
drain, GLSR, HDPE water supply pipeline & Rain 
water Harvesting at Thandya 2nd phase l.A, 
Nanjangudu Taluk, Mysore District. 


My s. M.R.protech Pvt.Ltd, Bengaluru 


.67,94,80,539.00 


13-08-2018 


Work is Completed 


17 


Construction of Coastal Cashew Research and 
Development foundatoin building in Kumta , 
Uttara Kannada District. 


M/s. Surabhi Constructions . Bengaluru 


,63,29,158.00 


gree 


21-12-2018 


Work is Completed 


18 


Formation of SC/ST cluster in Kelageri 
Industrial Area, Dharwad. 


M/s. Doddabasana Gowda & Co., 
y Raichur 


7 


8,33,87,680.00 


29-01-2019 


Work is Completed 


Special repairs of roads clearing of drains and 
shoulders plot No. 477 to-820,398 to 900,935 to 
910 & 1072 to 1079-at Kanabargi Industrial 
Area, Belagavi District. 


Sri, BhimanaGowda DattaGowda Patil, 


15,45,510.67 


27-02-2019 


Work is Completed 


20 


Construction of Rain water harvesting system at 
Kolhar Industrial Area, 2nd phase, Bidar . 
“District. 


Sri. Md. Faheem Uddin, Bidar. 


:19,97,606.22 


06-03-2019 


Work is Completed 


21 


Formation of approach road of 24M wide cement 
concrete roads including construction of RCC 
side drains & culverts from Mudipu main road 
to Canara Industrial Area, Ist phase adjoining to 
Canara Industrial Arca, 2nd phase, Bantwala 
Taluk, D.K. District. 


Sri. lqabal Ahmed, M/s. Iqbal Ahmed Infra 
Projects Pvt. Ltd., 


10,52,93,416.33 


08-03-2019 


Land Litigation & 
Covid-19 pandemic 


Work is delay due to] 


22 


Formation of road including construction of 
drains & Deck slab in Hebbal Weavers Colony , 
Hebbal Industrial Area, Mysuru. 


Sri. B. T. Siddappa, Mysuru. 


4,76,29,480.61 


28-02-2019 | Work is Completed 


23 


Formation of access road to NH-63 , 45M wide 
road No. 1 (Balance length) and 30M wide road 
No. 10 {flexible pavement |) including 
construction of RCC road side drains, box 
culverts, pipe culvert, spur culvert, laying of 
water supply pipelines and Avenue plantation in 
Kuduthini Industrial Area, Phase-2, Ballari 
Taluk & District. 


M/s. Satyateja Cosntructions, Bengaluru 


31,60,68,962.00 


28-02-2019 


Work is Completed 


24 


Formation of-235M wide road {Road No. 3}, 30M 
wide road (Road No. 1,5 & 8), 24M wide road 
(Road No. 10,11 & 12), 18M wide road (Road No. 
2,4,6,7,9,13,14,15,16,17,18,19,20,21,22,2324,2 
5} including Asphalting construction of RCC side 
drains, RCC cross drainage works, RCC storm 
water drain, GLSR, HDPE water supply pipeline 
at Sira 1A, Tumakuru District. 


M/s. Liya Infratech Put. Ltd., Mangalore. 


96,59,34,726.65 


02-03-2019 


97% Work p 
Completed 


25 


Providing and fixing chain link fencing for the 
park and buffer zone at Kolhar Industrial Area, 
Bidar District, 


Sri. Suresh S Kanaji, Bengaluru 


415,70,636.15 


[ 


20-08-2018 


Work Completed 


26 


Construction of solid Waste Management unit,at 
Kolhar Industrial Area, der District. 


Sri. Suresh S Kanaji, Bengaluru 


62,40,813.91 
: 


20-08-2018 


Work Completed 


27 


Construction of rain water harwesting system.at 
Kothar Industrial Area, Bidar District. 


Sri. Md. Faheem Uddin, Bidar 


19,97,606.22 


06-03-2019 


Work Completed 


28 


Strengthning of Roads, Constructions of RCC 
lead off drain & RCC box culvert construction of 
compound wall alround water supply area at 
Hanagawadi Industrial Area Harihar Tq, 
Davangere Dist. 


Sri.Aravinda Banakar,Harihar 


+1,50,00,000.00 


05-06-2018 


Work Completed 


29 


Upgradation of Asphalt Roads, Drains and 
Culverts of Machenahalli Industrial Area and 
Auto complex industrial area at Shivamogga 
District. 


“Sr.T .L Rajendra, Tumakuru 


:7,24,00,000.00 


30-06-2018 


Work Completed 


30 


Formation of 15.00 M wide approach road and to 
M/s Karnataka Beverages Corporation Ltd., and 
Construction of RCC box drain at Hanagawadi 
2nd Stage Industrial Area, Harihar Tq, 
Davangere Dist. 


Sri Somanatha Reddy Sajjalu, Hospet, 


; 33,00,0೦೦.0೦ 


25.07.2018 


Work Completed 


31 


Drilling of new 8 No, of Borewells and redrilling 
of old 5 borewells including water supply line 
Devakathikoppa Industrial Area. 


Sri.Prem sirig rathod, Gandhinagar 


; 20,90,000.00 


— 


25.07.2018 


Work Completed 


32 


| Construction of RCC box culverts in place of —} 


damaged Hume pipe culverts and construction 
of RCC box drain in Davangere Industrial Area. 


Sri.T Devaraj Challakere 


: 35,00,000.00 


29.10.2018 


Work Completed 


33 


Reparis and strengthening of existing roads, 
cleaning and desilting of existing drains 
reconditioning of water supply line in Mandli 
Kalluru Industrial Area, in Shivamogga dristrict. 


Sri Somanatha Reddy Sajjalu, Hospet 


20,90,000.00 


13.02.2019 


Work Completed 


34 


Formation sub-layout in plot nos 28 & 29 Aof 
18 m wide roads (Road nos. 4A& 4B) Including 
asphalting construction of RCC Side drains, RCC 
cross drainage works & HDPE Water supply pipe 
line at Dobaspet 4th phse 


Sri. V.Dillibabu Class Contractor 


3,68,80,000.00 


14.03.2018 


Work is ¥n progress 
and delayed due to 
land litigation 


35 


pipe line ih women Entrepréneur’s Park Thandya 


Formation of Industrial Layout including 15M 
wide, 12M wide & 9M wide road, construction of 
drains, deck slab culvert and laying water supply 


2™ Phase Industrial Area, Nanjangud Taluk, 
Mysuru district. 


Sri. N. Nandish, Mysuru District 


9,56,31,000.00 


27.06.2018 


Work Completed 


36 


Formation of 30M & 24M wide cement concrete 
Roads including construction of RCC bridge, 
side drains, culverts, & providing and laying of 
HDPE water supply pipelines’ at Immavu 
industrial Area, Nanjangud Taluk Mysuru 
District (Package-1) ನ 


M/s. Ganapthi Stone Crusher 


| 
41,98,25,000.00 


| 
| 
; 


05.08.2017 


" Work Completed 


Formation of 30M , 24M & 18M wide cement 

- concrete Roads including construction of RCC 
37 Sy ingof | Uday Shivakumar, Davanagere: 42,65,52,000.00 23.03.2018 
Industrial Area, Nanjangud Taluk Mysuru 
District (Package-2} 4 | | 
Maintenance of Roads, Footpaths, Avenue Plants - > > § _ A - 
38 [in Road No. 19 at Hassan Growth Centre Sri. K.J. Vishwanatha 12,49,000.00 26.10.2018 Work Completed 
Industrial Area, Hassan A i 1 ೨ ಬ ೬ 
Maintenance of Roads, Footpaths, Avenue Plants 1 K 

39 ಗ ಗ pe SR Sri. Devarajc Gowda . A.G 32,85,000.00 25.07.2018 Work Completed 


Work Completed 


Maintenance of Roads, Footpaths, Avenue Plants 
in Road No. 15 & 16 at Hassan Growth Centre 


40 Industrial Area, Hassan District Sri. Rangaiah ತ್ವಿ6,98,0೦೦.0೦೦ p 30.10.2018 | oe Completed 
| . + 
Total 403,21,81,166.00 
| ಖಾ 1 k ಇ 
ASSISTANT ENGINEER Sri 
T. Section, Head Office ಸ ಸಸ ©. KAD. 
KIADB R Buigakms - 


ಮಂಡಳಿ ವತಿಯಿಂದ 2018-19ನೇ ಸಾಲಿನಲ್ಲಿ ಕೈಗೆತ್ತಿಕೊಳ್ಳಲಾದ ವಿದ್ಯುತ್‌ ಕಾಮಗಾರಿಗಳ ವಿವರಗಳು 


¥ N. f the | Contract amount 
Sl No. Name of the work ಸಿ60 ಡಿತ್ರಅಗಂy “4 (in Rs.) Work Order Date Remarks 
ಹ ೩ರೆರೆ್ಕೇೇa8 IN 
4 Providing HPSV street lights at 
| Vasanthanarasapura Industrial Area, 2nd phase, El ical S al Work C. ited 
Tumakuru District. M/s. Geetha Electric tores, Bangalore 3,05,11,674.00 31.05:2018 ork Complete: 


Shifting and re-routing of HT/LT lines and | 
transformer centers on proposed roads at p pl y ್ಥ ಸ 
Harohalli 3rd phase 1.A, Ramanagara District. M/s. Geetha Electrical Stores, Bangalore 70,74,245.00 06.06.2018 . Work Completed 


Providing HT/LT line 25KVA DTC, street light * 
facilities and quarters wiring to KIADB _ 
Mallanamoole, Kallahalli pumphouse and | 1 
3 p K 4 ha El t A .06. Ww 
quarters near GLSR at:Nanjangudu Industrial M/s. Geetha Electrical Stores Bangalore 04.06.2018 ork Completed 
Area, Mysuru district. : ' 15,30,650.00 


Repair and annual maintenance of HPSV street 


light (Road No.1) at Narasapura 1.A, Kolar M/s. Manjunatha Electricals, ; leted 
4 District. R Mysuru District |. 13,69,881.62 15.06.2018 . Work Complete 
Repair, Re-conditioning and Annual opertion 


and maintenance of the street lights at 


5 Davanagere, karur, Harlapura and Hanagawadi ಫಿ ie ಮ 18-06-2018 Work Completed 
industrial Area, Davanagere District 8 31,14,960.00 
Improvements & Annual! maintenance of HPSV 
Steet lights at Dabaspet Ist, 2nd, & 3rd phase, ೨ i} 

6  Sompura Industrial Area, Bengaluru. ಪಡ; Jes ಮ Ghd Work Completed 

ಈ 29,16,578.00 . 

Repair and Improvement of street lights at R ME 

7 Gowribidanuru I.A, Ist Phase, Chikkaballapura. Sri. Teena Electricals, 

Bangalore 7,40,635.00 11.07.2018 Mork Cornpleted 

Providing Basic power infrastructure facilities to 4 k 

8 [the Meyar Industrial Area, Karkala Taluk, | BE We AE 
Udupi, 1 adravathi 29,78,315.00 25-07-2018 or) Rp €: 
Repair, re-conditioning and Improvements to y 
street lights at Machenahalli, Nidige,Mandli- M/S. R.K.Electricals, 

9 Kallur and Auto complex I.A, Shivamogga Bhadravathi 


Work Completed 
ಸು 29,32,650.00 25-07-2018 
istrict. 


10 


Establishment of 2x150MVA, 220/66/ 11KV Sub 
station & Construction of 220KV LILO tine with 
DRAKE ACSR to LILO one of the circiuts of the 
existing 220/66/11KV Hoskote-BIAL MCMV line 
to proposed 220/66/11KV Sub station at 
Aerospace park in KIADb Industrial Area, 
Devanahalli Taluk, Bengaluru Rural District. 


M/s. Kumar Electricals, Bengaluru 


116,88,38,586.00 


09-07-2018 


sub station work is 
completed and due to 
land litigation line 
work is delayed. (95% 
completed) 


“11 


Establishment of 2x100MVA, 220/66/11KV Sub 
station at Vasanthanarasapura KIADB Industrial 
Area in Tumkur Taluk & District, 


M/s. Mahaveer Electro Mech Pvt. Ltd. 
Bangalore 


69,22,52,503.40 


30-06-2018 


Work Completed 


12 


Upgradation & Annual Maintenance of HPSV 
street lights at Bommasandra - Jigani link road 
Industrial Area, Benagluru 


M/s. Durga Enterprises, Bengaluru- 


43,06,964.00 


Dated: 02-07-2018 


Work Completed 


13 


Supply and Fixing of LED fixtures to the existing 
street light poles at Baikampadi Industrial Area, 
Mangalore. 


M/s. Beekay Engineers, Mangaluru - 575004 


38,86,400.00 


16-07-2018 


Work.Completed. 


Shifting of existing 220kV Somanahalli T.K. Halli 
S/c line passing over plot No. 265 of KIADB 
Harohalli Industrial Area 2nd phase,Kanakapura 
Taluk, Ramanagara District. 


M/s. Mahaveer Electro Mech put. Ltd. | 
Bangalore 


2,04,70,994.00 


27-07-2018 


Work Completed 


Drawing 11kV féeder lines from existing station 
and providing basic electrical infrastructure 
facility to Devakathikoppa Industrial Area, 
Shivamogga Taluk & District. 


M¢s. Kumar Electricals, Bengaluru 


11,29,86,963.00 


09-07-2018 


Work completed and 
awaiting for charging 


16 


Providing 11kV MCVCB switchgear at 110kV 
Substation Kittur for arranging power supply to 
an extent of 3500KVA for new-Industrial layout 
in Kittur Industrial Area, Belgavi. 


M/s. Rahul Electricals, Gadag. 


23,19,628.40 


03-08-2018 


Work Completed 


17 


Supply, Repair & Re-conditioning of Jackwell 
pumpsets & Boosters pumpset at Gurupura 
River Ganjimutt, Nethravathi River Kandur & 
Booster pumpset Mithakodi of major water 
supply scheme to EPIP lst & 2nd stage, IT SEZ 
Industrial Area, Mangaluru. 


M/s. Deepak Engineering Bengaluru- 


18,48,500.00 


03-08-2018 


Work Completed 


18 


Upgradation & Annual Maintenance of HPSV 
street lights of Industrial Area coming under 
Tumakuru District {Anthrasanahalli 2nd phase 
Hirehalli, Sathyamangala & 
Vasaanthanarasapura lst phase). 


M/s. Lakshminarayana Electricals, Bangalore 


99,29,420.00 


13.08.2018 


Work Completed , 


Extension of HT/LT lines using UG cable to the 
newly formed sublayout at Aerospace park (Hi 


02-02-2019 


19 |Tech Defence & Aerospace park), Devanahalli M/s. Rama Enterprises, Bangalore. 13-08-2018 Work Completed 
Industrial Area, Bengaluru Rural District. 45,86,834.80 
Providing HPSV street lights to the roads of $ 
Nandikur Industrial Area, near Padibidré Udupi ke R R 

20 ‘Taluk & District. (2nd call) Ms. Vinayaka Electricals, Tumkur 36236600 23-10-2018 Work Completed 

| - ಸಂ - »23,900.0' 

Providing repairs & maintenance of street lights 

21 {On annual contract system at Industrial areas of |, /s.’Sri. Mahadeshwara Electricals, Mysuru.l 15-11-2018 | Work Completed 
Mysuru zone (Annual maintenance) (3rd call). ; i 

SU) : . 48,88,640.00 . 

Repair & Annaul maintenance of HPSV street j 
lights at Harohalli Industrial Area, lst & 2nd M/s. GS Electricals | 

22 |Phase, Ramanagar District (3rd call) Sri. Manjunath.S, ; pe Oh Work Completed: 

Bangalore |" 38,00,000.0೦ 

Providing Street light and internal wiring to F 
Hebbal 2nd stage pump house and complex 1 M/s. G S Electricals 

23 {Pump house, Mysuru Sri. Manjunath.S, 20-11-2018 Work Completed 

Bangalore 
12,65,444,00 
”  |Repairs and annual Maintenance of HPSV street ಸ ಃ 

24° [lights at Hoskote Industrial Area, Bengaluru M/s. Geetha Electric‘corporation, Bangalore 24,64,550.00 25-01-2019 Work Completed 
rural District. j 
Extension of HT/LT lines using UG cable and ಫು 
providing trnasformer center to the leftout roads 
at Hardware Park and Aerospace park of Hi-tech A 

25 Defense and Aerospace park at Devanahalli M/s. Vedha Electricals, Bangalore. 25-01-2019 Work Completed 
Industrial Area, Bengaluru. 1,39,75,776.00 
Providing HPSV street lights at-Averahally 
Industrial Area, Dobaspet 4th hase, Bengaluru } k 
Rural District p p 8 M/s.Aravinda Electricals, 

"26 p Bengaluru: 02-02-2019 Work Completed 
1,80,17,460.00 

Providing 1x63KVA transformer for arranging 
power supply to existing street lights and plot A & BR & ನ 

27 No. 10b,9c & 9b at Thimmanahalli Industrial Sri. Vaidehi Enterprises, Mangaluru. 7,19,550.00 02-02-2019 Work Completed 
Area, Hassan 
Repairs and annual Maintenance of street ವ 

28 |'ights at Hassan Growth Center Industrial Area, M/s. Beekay Engineers, Mangaluru. 35,58,650.00 Work Completed 
Hassan - UE 


29 


Upgradation & Annual Maintenance of HPSV 
street lights at Apparel Park Industrial Area, lst 
& 2nd phase, Doddaballapura Berigaluru rural 


“District. 


M/s. Sharanu Electricals, Uday Nagar, Hubli 
road, Gadag. 


16,99,108.00 


05-02-2019 


Work Completed 


30 


Extension of HT/LT lines and providing 
Sx25OKVA transformer centers to balance roads 
of Sompura Industrial Area, lst phase, 
Dobaspet, Bengaluru. 


M/s. GS Electricals 
Bangalore 


53,08,926.00 


06-02-2019 


Work Completed 


31 


Providing LED street lights at Road No. 4A & 
15M wide road of Bidadi Industrial Area, 2nd 
phase, Sector-2 , Ramanagara (left out roads) 


M/s. Mamatha Electricals, Bangalore 


7,75,575.00 


14-02-2019 


Work Completed 


32 


Upgradation & Annual Maintenance of HPSV | 
street lights at Kumbalgudu Industrial Area, lst 
& 2nd phase, Bengaluru District. 


M/s. Mamatha Electricals, Bangalore 


10,92,980.00 


14-02-2019 


Work Completed 


33 


Improvements, Repairs & AMC of street lights to 
the roads of Textiles SEZ, Pharmaceutical SE2 & 
Holenarasipura Industrial Area, Hassan District. 


M/s. Mamatha Electricals, Bangalore 


17,92,650.00 


14-02-2019 


Work Completed 


34 


Repair and Annual Maintenance of HPSV street 
lights at Doddaballapura Industrial Area, 3rd 


_|phase, Bengaluru. 


M/s. Chandana Electricals, 
Channarayapatna. 


15,58,164.00 


-18-02-2019 


Work Completed 


Providing HPSV street lights to the balance roads 
of Narasapura Industrial Area, Kolar District. 


M/s, Abhay Electricals, Kolar. 


19,52,955.00 


18-02-2019 


Work Completed 


36 


Shifting & Re-routing of existing 66KV 
Somanahalli-Harohalli T.K.Halli D/C line 
passing over the Industrial plots of Harohalli 2nd 
phase KIADB Industrial Area, Kanakapura 
Taluk, Ramanagara District., using DRAKE 
ACSR conductor. 


M/s. New BasavaShree Electricals, 
Bengaluru. 


2,56,45,283.00 


05-03-2019 


work delayed due to 
land problem, which, 
is sorted out, now 
work is nearing 
completion 


37 


Providing basic electrical infrastructure to 
Kadechuru Industrial Area, lst phase (Road No. 
2,3p,4 to 6,33,43 to 48A), Yadgir Taluk and 
district. Package-2 


M/s. Swamy Electricals, Bidar 


8,29,27,092,60 


08-03-2019 


Work Completed ' 


[oO 


38 


Part A: Establishing 2x10MVA, 110/11kV 
substation at Gamanagatti KIADB Industrial 
Area, Hubbali Taluk and Dharwad District. 
Part B: Construction of 110kV LILO line: from 
110kV Tarihal Tadansinkoppa SC line with 
Drake conductor to the proposed 110kV 
substation at Gamanagatti KIADB Industrial 


M/s. Swamy Electricals, Bidar 


14,70,23,049.41 


| 07-03-2019 . Work Completed 
Area, Hubbali Taluk & Dharwad District. 

1 

Total ] 239,68,86,135.00 
et 
| } i Technical Asststexst 
ASYISTANT ENGINEER KA0B 
T. Section, Head Office ಔತ 


KIAD8 


We 
nN 


ಮಂಡಳಿ ವತಿಯಿಂದ 2019-20ನೇ ಸಾಲಿನಲ್ಲಿ ಕೈಗೆತ್ತಿಕೊಳ್ಳಲಾದ ಸಿವಿಲ್‌ ಕಾಮಗಾರಿಗಳ ವಿವರಗಳು 


~ 
1 
ಟು Name of the work Name of the Agency Contract Amount work order Date - Remarks 
1 |Formation of Industrial Layout with construction of Rigid 
Pavement (cement concrete) Roads of 30M, 18M & 15M wide, p 
providing HDPE water supply pipeline, construction of 5.00 ( M/s. ತ .46,57,81,027.00 2 
lakhs litre capacity OHT at Karubarahalli-Sarathi Industrial | Constructions Put. Ltd., | - ) 15.06.2019 Work Completed 
Area, Harhara Taluk, Davanagere District. Bengaluru 
2 |Formation of 12M wide approach road for GLSR including 
asphalting, construction of RCC side drains, RCC Cross j 
drinage works, construction of compound wall, RCC Strom £ 
Water drain at balance reaches & connecting 18M wice road p “M/s. H.D. 4,70,46,606.45 19.06.2019 Work Completed 
No.23 to printech park raod & construction of RCC sile Infrastructure, Mysore. | A : 
drains at balance reaches in road No.20 of Harohalli ist & f 
2nd Phase,Industrial Area, Ramanagara District. £ 
್ಣ L 
3 |Formation of 15M wide road No. 6 (balance length) in-luding H 
asphalting construction of RCC side drain at Bidadi 2nd Sri, BN Mallikari ್ಥ 
. R x juna, 72,49,531.12 
ರ Indl. Area, Ramanagara Taluk, Ramariagara Bengaluru. i 26-06-2019 Work Completed 
1 ICL. 
4 Formation of 15M wide road including asphaiting ಛಿ 
construction of RCC side drain, spur culverts at Sub ayout ಸ ಮ 
in Plot No. 233 of Awerahalli Indl. Area, Nelamangale Taluk, | I Se ಠರಿ1,284-46 26-06-2019 Work Completed 
Bengaluru Rural District. | ಗ y 
5 [Upgradation of Roads in Road No. 1,2,3,4,5,6,7, 8 &ಿ 3a y | . R Ww 
Jigani 1st phase and upgradation of Roads in Road Nu. 3,7 &| M/s. Sri. Sai Earth 11,15,93,152.16 
8 at Jigani 2nd phase Industrial Area, Bengaluru Rural - Movers, XS 27-04-2019 Work Completed 
District. Bengaluru - 
6 Upgradation of Roads and drains in B.K.Kangrali Indl. Area, R $ 
Belagavi District. Sri. N S Chougule, ತಿನಿಸಿ 54198 17.07.2019 Work Completed 
Belagavi. 
7 |Formation of Industrial area sub layout in plot No. 58 
including formation & asphalting of 18M wide roaris (“oad 2 
No. 16,17,20,21A,21B). 15M wide road No. 21C, Construction p B 4 
of RCC side drains, RCC spur culvert, HDPE water supply ಹ 5,56,47,571-12 06.07.2019 Work Completed 


pipeline at Vasanthanarasapura Indl., area, 2nd phase, 
‘Tumakuru Taluk. 


Formation of 24M wide roads (Road No. 1), 18M wide roads 
{Road No. 2,3,4,6,8,9,11,12,13 & 14), 15M wide roads{Road 
No. 5,7 & 10) including asphalting construction of RCC side 
drains, RCC cross drainage works, RCC storm water drain, 


Sri. Suresh S Kanaji, 


19,63,06,982.13 


Work not yet 


OHT, sump, HDPE water supply pipeline, borewells, Rain B §1 08.11.2019. commenced due to 
| hire y angalore % 4 AN 
water harvesting chain link fencing etc., for formation of | - land litigation 
Magodu Industrial Area layout at-Magodu Village i 
Ranebennur Taluk, Haveri District. 
9 |Formation of Road No. 4 connecting M/s. Wistron Infocon 4 
manufacturing India Pvt. Ltd., at Narasapura Industrial Area, a dE 3 98 6 pos 
Kolar District. Sn-Somanatha Reddy 0: 02.12.2019 Work Completed 
Sajjalu, Hospet : 
10 |Formation of road between plot No. AM-1 Pl, P2 &AM-1 P3, 
P4, PS at Narasapura Industrial Area, Kolar District. y § ky f 
ನಿಗ ನಂಗಢಗtha ಔಂಲರy ಸಗ2ರಸ0718 02.12.2019 Work Completed 
Sajjalu, Hospet - f 
11 {Construction of compound wall for solid waste management Ke PR 
land at Narasapura Industrial area, Kolar District. ; Work is nearing 
Sri. -Ramakrishnappa, 1,34,33,029.87 11.11.2019 completion and’ 
Bangalore j SUSE delayed due to land 
| > litigation & Covid-19 
12 |Formation of 30M wide road (Road No. 1), 24M wide roads i 
{Road No, 2,3,4,5 & 6), 18M wide road {Road No. 7 & 8), 15M 
wide roads (Road No. 2) including Asphalting , construction K 3 
of RCC side drains, RCC cross drainage works, RCC storm M/s. PRN Infratech, 44,58,96,242.00 
water drain, chain tink fencing, GLSR, OHT, RWH,UGD, Bengaluru i 20.12.2019 Work Completed 
Borewell & HDPE water supply pipeline for formation of 
housing layout at Mummigatti Narendra Village, Dharwad. 
13 [Construction of balance length of storm water drain in Hi- f ೫ ; 
Tech defense and Aerospace park (Aerospace sector & IT Sri. Nanje Gowda 88,73,214.75 OS We i 
sector) near KIAL, Bengaluru Rural District. Shivakumar, } ನವ QE OBIpiete 


Chikkaballapura 


} 


14 


Improvements of water supply scheme from Hindalco 
Resercoir to Kakthi Industrial Area pipeline for supplying 
water to the Markendeya Co-operative sugar mill, Kakathi 
Industrial Area, Belagavi District, Ranebennur Taluk, 
Belagavi District 


Sri. B. Subhash, 
Raichur. 


2,99,07,350.00 


08.01.2020 


Work Completed 


15 


Formation of proposed 18M wide roads in Plot No. 25-P2 of IF 
sector and in plot.No. AM-3P.of Aerospace sector including 
asphalting , RCC culverts, alying of HDPE water supply 
pipeline and construction of chain link fencing for parks at Hi 
tech defense and Aerospace Park near KIAL , Bengaluru 
Rural District. 


Sri. Suresh S Kanaji, 
Bangalore 


9,06,94,913.23 


02.01.2020 


Work is in progress 


16 


Desilting of existing Drains and jungle clearance in Belur 
Indl. Rea, Rayapura Indl. Area, Tarihal Indl. Area and 
Lakkammanahalli Indl. Area, Dharwad. 


Sri. C L Rudre Gowda, 
Bengaluru 


25;25,214.28 


02.03.2020. 


Work Completed 


17 


Upgradation of 45M wide road No. 18 & 19 and 24M wide 
road No. 3,9,11 & 24, construction of RCC side drains at 


Sompura lst & 2nd stage Industrial Area, Bengaluru Rural 
District. 4 


Sri. BN Mallikarjuna, 
Bengaluru. 


4,27,78,180.67 


13.12.2019 


Work Completed 


18 


Upgradation of roads, drains, replacement of existing old 
UGD pipeline with new pipeline in Kanabargi Industrial Area, 
Belagavi District and at Aliyabad Block-1 Industrial Area, 
Vijaypura District. 


Sri. Chandrashekar 
Bengaluru 


15,32,78,394.00 


07.02.2020 


Work nearing 
‘completion 


19° 
|& Road No. 1&4 in 2nd phase, Sector-2, Bidadi-Indl. Area, 


Improvement of existing 30.00M ‘wide road No.4 in Ist phase 


Upgradation of friternal roads including asphalting, 
construction of storm water drain at balance reaches of 
Harohalli 1st phase Indl. Area, Ramanagara District. 


Sri. Arvind BG, 
Bengaluru 


14,90,96,195.00 


15.02.2020 


Work Completed 


20 


Upgradation of roads, drains & culverts at Kumbalgudu 
Industrial Area lst & 2nd phase, Bengaluru Urban District. 


21 


Improvement and strengthening of existing roads, existing 
drains, constructionn of RCC deck slab culvert and 
reconditioning of pipeline, providing water supply pipeline 
etc., at Davangere Indl. Area, Harlapura Indl. Area and Karur 
Indl. Area, Davangere 


M/s. Sathya Ganapathi 
Constrcutions, 
Bengaluru 


Sri. R. Paramesh 
Engineers & 
Contractors, Davangere 

District. 


9,91,40,906.45 


-20.02:2020. 


11,13,19,677.48 


05.03.2020 


Work Completed 


Work Completed 


22 


Upgradation of existing roads and constructions of RCC f 
drains & RAC deck slab culverts at Anthrasanahalli Indl. 
Area, lind phase, Tumakuru District and Kelakote Indl. Area, 


{Chitradurga District. (Balance works) 


“ Sri. Suresh S Kanaji, ” 
Bengaluru 


9,52,69,828.20 


06.03.2020 


Work Completed 


District. 


Bengaluru 


23 [Improvements to water supply pipeline from break pressure K 1 
tank to treatment plant at Kottur, Belur Indl. Area. M/s. RNS p 
FA qT Ks WR f 1 Ww: 
Upgradtaion of roads and drains in Kelageri Housing layout, | Infrastructure Limited, 11,603.58 156510 10.03.2020 bra 
Dharwad District and at Narasapura Indl. Area, Gadag . Bengaluru K 
District. | 
24 [Upgradation of roads, construction of RCC drains at Malur 
lst, 2nd & 3rd phase Indusrial areas, kolar District and at Sri. P. Venkata Reddy, ಸ 
Bommasandra Ist & 2nd phase Industrial Area, Bengaluru Bengaluru. 17,95,77,638.2 23.03.2020 Work completed 
Urban District. } F 
25 |Formation of Industrial layout including asphalting 18M wide H 
roads, 15M wide roads & 12M wide roads construction of” y Work in progress and 
RCC side drains, RCC cross drainage works, chain link M/s. Liya Infra Tech Pvt 24,41 04,227.71 24.06.2020 delayed pe to Land 
fencing, GLSR, OHT & HDPE dual water supply pipe line at Ltd., Mangaluru Mis es litication 
Adinarayana Hosahalli, Doddaballapura Taluk, Bengaluru i 8 
Rural District. 
26 |Maintenance of Roads, footpath, Avenue M/s. Vikram 128,37 869 64 
Plants at Hassan Growth Centre Industrial Area,Hassan, Constructions, ಭವತ K 19.06.2019 Work Completed 
District. Ramanagara. : ' > 
27 |\Repairs to road, footpaths, avenue plants at Amble Industrial Sri. Somanatha Redd 8.99:220.00 N ; 
p § K y - y, ಶಶ. ೧1 
Area, Chikkamagaluru | Hospet 31.07.2019 Work Competed 
28 |Dewatering , Repair and leak protections of 2.50MGD GLSR Sri. Santhosha NR 37.27,793.80 4 
at Growth center Industrial Area, Hassan District. M: ps ಶಿ ಕಾ -11,09.2019 Work Completed 
29 [Providing water supply raising main from WTP at Infosys SEZ _ work is in progess 
Nethra campus to Canara Industrial Area, lst phase, M/s. Vikrarn 3.47,55,146.46 and due to-delay in 
Bantwala Taluk, Dakshina Kannada District. Constructions, pS 04.10.2019 permission from PWD 
| p ಸ್‌ Ramanagara. ಸ for laying pipe line &- 
30 |Upgradation &nd Improvements of roads and drains at . y ಸ 
Kushalanagar industrial Area, Kodagu District and at Sri. P. Venkata Redd. 14,76,32,011.40 
Tubinakere Indl. Area, Mandya District, Hebbal Industrial ಸ Bengaluru ಸಃ We 28.01.2020 Work Completed 
Area, Mysuru District. } 
31 {Construction of RCC side drains for road No. 1 &2 and road | 
no. 2,3,4,5,6,8,9,10,11,12,13 at Kapnoor Ist & 2nd stage : 
Indl. Area, resurfacing of existing road in Nandur Kesartagi Sri. P. Venkata Reddy, 17,34,21,958.83 
Ist stage, Kalburgi District and Upgradation of storm water Bengaluru 28.01.2020 Work Completed 
drain & balance roas & drain at Naubad housing Naubad k 
Autonagar & Naubad Indl. Area at Bidar District. j 
32 [Providing concrete pavement to Road No. I(Balance length), W ' 
8,8A & 22 (Balance), 6,9,15,18/A & 22, Upgradation of Road Sri. Suresh S Kanai, 13,22,63,292.40 
No. 7A & 8A at Baikampadi Indl. Area, Dakshina Kannada 02.03.2020 Work Completed 


pT 


33 


Raising & maintenance of plantation for envirnoment 


rotection infrastructure (park & buffer zone) Kolhar R 
i Area, Bidar 8x; MR EE 12.06.2919 Work Completed 
34 [Providing protectiion reconditioning and Renovation works to [ 
old pump house recasting of RCC roof slab, chejjeas of site Sri. Syed Nafeez ; 
office and oid SSM GLSR including construction of balance ನ * 20,53,000,00 27.06.2019 Work Completed 
length of compuound wall to water supply area in plot no. CA Shivamogga ; 
38 at Machenahalli Industrial Area, Shivamogga Dist. 
35 |Formation of 18M Wide Road including asphalting 
construction of RCC Side drains, spur culvert and Box - 2 
Culvert at Sub Layout in Plot No.557 of Sompura 2nd Stage Sri. Bapuji - 
Industrial Area, Nelamangala Taluk, Bengaluru Rural Constructions Put. Ltd 4,49,48,000.00 02.11.2019 Work Completed 
District. f ! 
] MR 
F 
Total 325,58,85,645:17 


ANT ENGI 


EER 


T. Section, Head Office 


KIADB 


K1ADB 
Bengatufu 


ಮಂಡಳಿ ವತಿಯಿಂದ 2019-20ನೇ ಸಾಲಿನಲ್ಲಿ ಕೈಗೆತ್ತಿಕೊಳ್ಳಲಾದ ತೃತೀಯ ಸಂಸ್ಕರಿಸಿದ ನೀರು ಸರಬರಾಜು ಕಾಮಗಾರಿಗಳ ವಿವರಗಳು 


No. Name of the work Name of the Agency ount work order Date Remarks 

1 |Implementation of 30MLD Tertiary treated water supply ) 
scheme from Bheemasandra Tank to Vasanthanarasapura 
Indl. Aréa, including :: 
a) Construction and commissioning of 30MLD tertiary 4 RENN i N 
treatment plant on Turnkey basis ಖಿ alternative design based SL ao r Work is delayed dಬe 
on combination of biological and’chemical treatment process |: Ltd K 133,95,91,000.00 23.03.2020 to covid-19 pandemic 
facility including construction of pumphouse, power lines & M/s. Eagle Infra i ; and now it is under 
other allied works and operation and 10 yeras maintenance. india L Ballari i progress 
b) Supplying, laying of mild steel, riasing main from . hy | 
Bheemasandra Tank to the proposed treatment plant at H 
VAsanthanarasapura Indi. Area, Tumakuru. ‘ 

2 ‘Construction and commissioning of 40MLD tertiary AG § : 
treatment plant on turnkey basis and alternative design Mis. Sn. Srinivasa Work'is delayed due 
based on combination of biological and chemical treatment {Construction India Pvt. ; to covid-19 pandemic 
process facility including 10years operation and maintanance Ltd, 136,23,70,000.00 20.02.2020 and now itis under 
at Narasapura KIADB Industrial-Area, Kolar. & M/s. Eagle Infra | s progress 

; India Ltd, Ballari 

3 Providing and laying Ductile Iron pipe raising main ofr f The Work is delayed 
providing Tertiary treated water from the proposed 40MLD AW due to non 
tertiary treatment plant at Narasapura Indl.’ Area to the M/s. Sudhanva : availability of DI pipe 
Industrial .areas at Vermgal, Hoskote, Masthenahalli, Engineers & Builders, 88,24, 15,699.00 03.12.2019 and materials due to 
Jakkasandra, Malur etc., Kolar & Chikkballapura District. Bangalore 4 _ Covid-19 Pandemic. 

p Now it is under 
4 progress 
L Total 358,43,76,699.00 


ASSISTANT ENGINEER 
T, Section, Head Office 
KIADB 


E ನ್‌ 
ಮಂಡಳಿ ವತಿಯಿಂದ 2019-20ನೇ ಸಾಲಿನಲ್ಲಿ ಕೈಗೆತ್ತಿಕೊಳ್ಳಲಾದ: ವಿದ್ಯುತ್‌ ಕಾಮಗಾರಿಗಳ ವಿವರಗಳು | 
K ಜತ Name of the work Name of the Agency | ಯ mount | ork order Date Remarks 
Drawing 11KV Feeder lines from proposed 220/66/11Kv H p 
substation and providing HT/LT distribution system K + 
using underground cables at Japanese Industrial Park M/s. Aravinda 20,64,62,830.48 24.05.2019 Work Completed 
(YIP) Vasanthnatasapura Industrial Area, 3rd Phase, Bengaluru i 
Tumakuru District. 
2 Part A: Establishing 2x20MVA » 66/11KV Substation at 1 
Vengal Industrial Area in Kolar Taluk & District. 
Part B: Construction of 66KV SC line on DC towers upto. 
proposed 66/11KV Vemgal Industrial Area Substation by 
Constructing partial 66KV MC line on designed based towers. 
in the existing 66KV Kolar Vemgal Sugatturu line corridor 
upto Sugutturu bifurcation point and 66KV DC line towards M/s. Mahaveer Electro | 
upto Vemgal Industrial Area using 110KV Towers with DRAKE Mech Pvt. Ltd. | 40,12,56,664.55 ೫ 
Conductor from existig 220/66KV Kolar Substation for a " Bangalore , 29.04.2019 Work is in progress 
distance of 18.317 Kms including for using ERS towers for the ಯ ' 
work of stringing 2nd circuit on existing $/C line on DC 4 
towers from 220KV substation Kolar to existing 66/11KV k 
Vemgal substation by DRAKE ACSR for a route length of 
15SKms, 4 
Part C: Construction of 66KV Terminal Bay at 220/66KV 
Kolar Substation , Kolar Taluk & District. 
3 “Providing Basic Power Infrastructure and streetlights ; x + 
facilities to Womens Park at Gamanagatti lst phase M/s. Sangameshwara :83,90,297.03 
{Industrial Area, Dharwad District. Electricals, Kalburgi. ತಲ08.291೨ Work Coripleted 
4 |Providing Highmast streetlights to major circles of . | 
Somanahalli, Gejjalagere and Tubinakere Industrial Sri. Teena Electricals, "10,59,341.00 
Area, Mandya District. Bangalore 14.08.2019 Work Completed 
5 |Providing power infrastructure & HPSV streetlights ಗಾ ನ್‌ 
facilities to sublayout.at Malur 4th phase, Industrial M/s. Geetha Electric 56,61,240.00 23.10.2019 Work Completed 
SAS ಕವನ - “Bangalore 7 
Area, Kolar District. ; 
6 Extension of HT/LT lines from the existing F& feeder to ು ಮ, ; 
the sublayout at Doddaballapura 3rd phase Indl. Area, M/s. Geetha Electric ;43,62,570.00 06.01.2020 Work Completed 
Bengaluru Rural District. - Corporation, Bangalore »] a P 
7 [Providing LED street lights at Vasanthanarasapura K p 4 
Industrial Area, 3rd phase, Tumakuru District. M/S: ueetha Bl 1,06,54,695.00 06.12.2019 Work Completed 
Corporation, Bangalore 


Providing LED street lights to the roads of 
Devakathikoppa Industrial Area, Shivamogga. 


M/s. Geetha Electric 


1;31,34,762.00 


Work is Completed. 


) | Corporation, Bangalore 04.12.2019 Street Lights to be 
ಸ KE charged. 
| 
9 Providing LED street lights to the roads of Jakkasandra - 
i El 1,10,34,495. 
Industrial Area, Kolar MyisGectha‘Electsic ] 3900 04.12.2019 Work Completed 
Corporation, Bangalore % ಸ 
10 |Provding UG cable to existing over head line at 
averahalli Indl. Area, entrance by avoiding double K ತ | £ 
circuit over head line at Averahalli Indl. Area and M/s. Vedha Electricals, 128, 183.50 01.02.2020 Work Completed 
Shifting and re-routing of HT line (D/C) from Plot No. 68 Bengaluru. i 
to 46-B of Sompura Indi. Area, lst phase, Bengaluru. 
11 |Extension of HT/LT lines and providing 6x250KVA DTC § | 
to newly formed roads at lst & 2nd stage of Sompura M/s. Geetha Electric '48,34,580.00 10.02.2020 | Work is in progress. 
Indl. Area, Dobaspet, Bengaluru. Bangalore: 
12 |Shifting and Rerouting of existing HT/LT lines at plot 
no. 4B, 5&6 of M/s. CDC in IT sector of Hi-Tech M/s. LG Technologies "35,30 239.00 
defence anf Aerospace Park, Devanahalli Taluk, 13: Bengaluru. 8 ಹ 2 25.02.2020 Work Completed 
Bengaluru Rural District. k ‘ § 
13 |Establishing 2x100MVA 220/66/11KV Substation & ನ 
construction of 220 KV LILO line from existing 220KV 
Somanahalli - Kanakapura T.K Halli S/C line fora A 
distance of 0.09 Kms (QOmtrs) to proposed 220KV ; : £ 80% of Work is 
substation, Harohalli KIADB Industrial Area, 3rd phase, M/s.Kumar Electricals, 81,13,20,590.00 ; 20.11.2019 completed. Delayed 
Yeduvanahalli village, Kanakapura Taluk, Ramanagara Bengaluru h due to covid 19 
District for arranging power supply to an extent of pandemic 
21.18MVA (18MW) 
14 [Providing Basic Electrical Infrastructure to p 
Kadechur Industrial Area, lst Phase, (Road ಈ p 
No.2P, 7 to 10,12 to 23,25,29A 32, 32A) M/s. ಸ ei 29.04.2019 Work Completed 
Yadgiri Tatuk & District Package-1 EES » 
15 |Providing LED street lights to the newly formed roads of ical - _ 04.19,541.00 
Kallahalli Industrial Area, Nanjangudu, Mysuru District. Ms; [ತ Electacals; ನ y 17.07.2019 Work Completed 
engaluru | 
16 |Providing Basic Electrical Infrastructure at Nandur- SN fj . 
Kesartagi Industrial Area, 2nd stage , Kalburgi taluk & | M/S: Vedha Electricals,  2,98,27,215.00 17.07.2019 | Work Completed 


District. 


Bengaluru 


2 


17 


Providing Basic Electrical Infrastructure & streetlights 
at Women's Park, Nandur-Kesartagi Industrial Area, 


Sri. Sangameshwara 


:2,90,61,358.22 


; MO N A 30.08.2019 ? 

2nd stage , Kalburgi taluk & District. Electricals, Kalburgi. 0 Work Completed 
18 |Providing LED streetlights to the roads of Belapu Indl. Sri. RK EI ical ] ; 9 - 

Area, Udupi Dist. ri. ectricals, i 39,98,934.00 - 

Shivamogga : 29.11.2019 Work Completed 
J _ 

19 |Providing power infrastructure and LED street light K kl 

facilities to newly formed Womens park Industrial Area Sri. Geetha Electrical :3,42,49,227.00 ' . 

layout at Thandya 2nd phase Industrial Area, stores, Bengaluru ; 04.12.2019 Work Completed 

Nanjangudu Tq, Mysuru Dist, ; 
20 [Improvements and repairs of street lights to the roads of _ 

IT-SEZ & Non SEZ lst stage , Baikampadi and Karnad M Beekay Engineer + 20,97,120.00 > 

Indl. Area, Dakshina Kannada District. (5. Mans in 5, | 20.02.2019 Work Completed 

Total 169,69,98,747.00 


ತೆ ENGINEER 


T. Section, Head Office 
KIADB 


Technical Asatstonf, 


KAD8. ff 
Bergakmt 


ಮಂಡಳಿ ವತಿಯಿಂದ 2020-21ನೇ ಸಾಲಿನಲ್ಲಿ ಕೈಗೆತ್ತಿಕೊಳ್ಳಲಾದ ಸಿವಿಲ್‌ ಕಾಮಗಾರಿಗಳ ವಿವರಗಳು 


we 


SI No. N f th k ti 
[) | ame’otthe-wor Name of the Agency RES une ‘| work Order Date Remarks 
1 Erection and commissioning of RO plants (1000LPH) at ] ೀ _ py 
Vasanthanarasapura Industrial Area, Phase-1 &2, Tumakuru M/s. Aquashine Technologies, 22,93,020.13 Work Completed 
Taluk & District. : ; Bengaluru. 28.04.2020 i 
2 Erection and commissioning of RO plants (1000LPH)} at K 
Thippedasarahalli Village, TMTP Industrial Area, Kora Hobli, M/s. Aquashine Technologies, 11,06,633,80 13.05.202 Ww 
- 7 05. ork C leted 
Tumakuru Taluk &. District. Bengaluru. Q ES compete 
3 |Formation of Industrial sub layout in Plot No. 1A, 2 to 7&8 part of i 
Aerospace sector including asphalting 30M wide road (Road No. 18), 
18M wide road (Road No. 22) construction of RCC side drains, RCC Sri. Abdul Kalam Azad 9,65,52,372.48 
cross drainage works, RCC storm water drain , HDPE dual water 5 Shi a EN ” 20.04.2020 Work Completed 
supply pipeline at Aerospace park of Hi-Tech defense Aerospace 
park, Devanahalli Taluk, Bengaluru District. 
4 Providing water supply from Hemavathi canal to Honnenahalli lake 
and lifting to Hirehalli Indl. Area, tumkur District, dobaspete,. 
Bengaluru Rural District including cross drainage works , i 
Improvements to Hionnenahalli tank and Miadala Tank (Balance F 
work of providing waterr supply scheme of ISMLD to Dobaspet Indl. | M/s. M N Ramesh Engineers 32,87,03,900.00 05.20 ಖಂ 
Area, Bengaluru Rural District and Hirehalli Industrial Area, & Contractors, Tumakuru 29.05.2020 Work is in progess 
tumakuru District from Bugudanahalli Maidala Tank via 
Devarayapatna Tank at Tumakuru District including 5 years : 
operation & maintenance on Turnkey Basis of the complete work. t 
5 [Construction of 2.5 lakh litres capacity sump, Providing and laying ; 
HDPE water supply rising main and distribution pipe.lines and Sri. Hanamanth Rayappa 48,81,645.98 . 
construction of valve chambers in Sathyamanagala Industrial Area, Chinchali, Vijaypura- y 04.06.2020 Work Completed 
Tumkur. | | 
6 {Construction of open theatre (Ranga Mandira) at Thippedasarahalili j 
village, Entrance Gantry with security cabins and providing chain p Ha £ _ 
link fencing at Tumakuru Machine Tool park {(TMTP) limits , M/s.BS Biradar, Shri 1,32,48,388.46 04.06.2020 Work is nearing 
Vasanthanarasapura Indl. Area., Kora Hobli Tumakuru Bhagyavanti Vijaypura- completion 
7 Construction of pitching /revetment wall along the existing Nala in 4 [ 2,01,22,095.90 
Kumbalgudu Industrial Area lst phase, Bengaluru Urban District. Sri. Avind BG, Bengaluru. ಗ i 15.06.2020 Work Completed 
8 |Maintenance of Nidhige Industrial Area and approach road to M/s. : 
Shahi Expiorts Pvt. Ltd. Sri. P. Subramani Shivamogga 95,89,367.65 10.07.2020 


Work Completed 


Formation of Housing layout including asphalting of 18M wide road 
{Road No.1}, 15m wide road {Road No. SR-1, 3,4 & 13), 12M wide 
road {Road No. 2,5, 6,7,8,9, 10, 11 & 12) constuction of RCC side 
drain RCC cross drainage works, OHT sump Tank, UGD, Raising 
Main & HDPE Dual Water Supply Pipe line at Obadenahalli 
Industrial Area, Doddaballapura Taluk, Bengaluru Rural District 


M/s. Liya Infratech Pvti Ltd. 
Mangalore. k 


12,77,86,982.17 


24.06.2020 


Work is in progress 


10 


Repair and maintenance of MS Building complex Block-2 & 3 and 
premises of Plot NO.488-B at Peenya Industrial Area, 4th Phase, 
Bangalore District (2nd Call) 


Sri. B.N. Mallikarjuria, 
Bengaluru. 


1,57,63,284.00 


22.07.2020 


Work is Completed 


iW 


Formation including asphalting of balance untackled roads,and 
missing roads, construction of RCC side drain, RCC cross drainage 
works, RCC cross drainage works, RCC storm water drain and 
HDPE dual water supply pipeline and chain link fencing at 
Sompura Industrial Area, 2nd stage Nelamangala Taluk, Bengaluru 
Rural District. > 


M/s. PRN Infratech, Hubballi 


92,812,474.84 


24.07.2020 


Work is Completed 


12 


Formation of Industrial Sublayout in plot No.658 including 
asphalting of 30m wide road (Road No.2P), 18M wide road (Road 
No.2A,2B,2C,2D,2F,2G,2H,2J &2K), 12M wide road (Road 

No.2E), Construction of RCC side drains, RCC side drains, RCC cross 
drainage works,Strom water drain, Chainlink Fencing, Retaining 
wall, Rain water Harvesting, OHT & HDPE Dual water supply 
Pipeline at Vasanthanarasapura 3rd phase Industrial Area,, 
Tumkuru (T), & (D). 


M/s.Amrutha constructions 
Pvt.Ltd., Bengaluru 


i 


329,915,885.67 


24.09.2020 


Work is in progess 


Formation of Industrial Sub-Layout in.Plot No 638 including 


asphalting of 18M wide road (Road No.21D,21E,21F,21G,21H,21J &| 


21K), Construction of RCC side drains, RCC Cross Drainage 
Works,Compound wail, Strom Water Drain, Retaining wall, Rain 
water harvesting & HDPE Dual water supply pipeline at 
Vasanthanarasapura 2nd Phase Industrial Area, Tumukuru (T), & 
1D). 


Sri. Suresh Kanaji, Bengaluru 


247,238,947.64 


25.09.2020 


Work is in progress 


14 


Formation of proposed 32M wide road connecting road No.3 & 
proposed intromediate ring road, construction of RCC duct & RCC 
culverts, Laying of HDPE water supply pipeline at Hi-tech defence 


Aerospace park (Hardware Sector) near KIAL, Bengaluru Rural Dist, 
(3rd Call) 


M/s. Vanaja Builders PVT Lid, 


Mysuru 


48,580,095.02 


29.09.2020 


Work is in progress 


15 


Up-gradation'of existing and construction of RCC drain and balance 
length at Amble Industrial Area, Chikkamagaluru dist. 


M/s.Conc shade Construction 
Pvt.Ltd. Chikkamagaluru 


29,682,204.73° 


07.09.2020 


Work is in progess 


16 


Formation of layout'in Harohalli 4th phase Industrial Area, 
kanakapura Taluk, Ramanagara District. 


M/s.BSR infratech India LTD, 
Bengaluru 


71,40,74,033.41 


16.12.2020 


Work is in progress 
{work is delayed due to 
Non transfer of Govt. 
Land in Sy. No. 113 of 


Rampura Village &Sy|” 
AL of Chaahae J 


17 


Formation: of Industrial sub layout in Plot No. 107-PIB & 107-P2 
including asphalting of 18M wide roads No. 1,2,3, construction of 
RCC side.drains , RCC cross drainage, utility duct & chain link 

fencing work & water supply pipeline at Vemgal Indl. Area, Kolar. 


Nf 


M/s PJB engineers PVT.LTD., 
Bengaluru 


6,04,03,007.69 


28.09.2020 


Work is in *progress 


18 


Formation of 18M wide road (Road no. 3,4,5,6 & 7), 12M wide road 
(Road No. 4A) including asphalting, construction of RCC side 
drains, RCC cross drainage works, RCC storm water drain, chain 
Hink fencing and HDPE dual water-supply pipeline for Kotur Belur 
Indl. Area, Dharwad. {Package - 2) 


M/s..N B Hiremath, Hubli 


20,66,64,438.86. 


30.09.2020 


Work is,in progress |; 


19 


Formation of 18M wide road (Road nod. 2,8,9,10,11,12 & 27) 
including asphalting, construction of RCC side drains, RCC cross 
drainage works, RCC storm water drain, HDPE water supply 
pipeline for Kotur Belur Indl. Area, Dharwad. (Package -3) 


M/s. N B Hiremath, Hubli 


19,83,35,951.44 


30.09.2020 


Work is in progress 


20 


Formation of 30M wide road (Road nol}, 18M wide road {Road No. 
13,14,15,16,17,18, 19,20,21, 22,23,-24,25 & 26) including 
asphalting, construction of RCC side drains, RCC cross drainage 
works, RCC storm water drain, GLSR raising main, RWH & HDPE 


dual water supply pipe line at Kotur Belur Indl. Area, Dharwad. 
(Package -1) 


M/s.NS Nayak ೩ndೆ Sons, 
Hubli £ 


48,58,66,284.40 


25.09.2020 


Work is in progress 


21 


Formation of Industrial layout including asphaiting of 24M wide 
road & 18M wide roads, construction of RCC side drains, RCC cross 
drainage works, utility ducts, chain link fencing, OHT, sump, GLSR 
raising main and pumphouse at Chikkahulluru village, Hoskote Tq, 
Bengaluru Rural District. ” X ” 


| 
M/s. Ganapathi Stone 
Crusher, Bengaluru 


31,32,66,301.73 


"29.09.2020 


Work not yet 
commenced due to 
land litigation 


22 


Formation of Industrial layout including 45M wide rigid pavement. 
(Road No. 10), 30M & 15M asphalt road (Road No. 11,16,24 & 25), 
Construction of RCC side drains, ducts, RCC cross drainage works, 
RCC storm water drain, RCC retaining wall, RWH, HDPE dual water 
supply pipe line for Haraluru Muddenahalli Industrial Area, 
Bengaluru Rural District. (Package 3) {2nd call) 


| 
F 
| 


M/s. PRN Infratech, Hubballi 


67,75,85,466.55 


18.01.2021 


Work is in progress 


23 


Maintenance of Road no. 2 to 20 and filling of pot holes in road no. 
1 at Narasapura Industrial Area, Kolar 


- Sri. K L Manjunath, Kolar 


32,21,122.38 


22.01.2021 


Work Completed 


24 


Providing painting to KIADB commercial complex at Tarihal 
industrial Area, Dharwad 4 


Sri. Subhash S Kalawad, 
Belagavi. P 


10,94,826.29 


30.01.2021 


Work Completed 


25 


Formation of Industrial layout including 45M wide rigid pavement 
(Road No. 17 & 20), 30M & 24M asphalt road (Road No. 23 & 26), 
Construction of RCC side drains, ducts, RCC cross drainage works, 
RCC retaining wall, RCC OHT, RCC Glsr, RWH, pump room and 
HDPE dual water supply pipe line for Haraluru Muddenhalli 
Industrial Area, Bengaluru Rural District. (Package 1) (2nd call} 


M/s. SRC Infra Developers, 
Bengaluru 


[4 
60,63,47,977.81 


30.01.2021 


Work is in progress 


6 


Formation of Industrial layout inicuding 45M wide road rigid > 
pavement (Road No. 1,2 & 5), 30M & 18M wide asphalt road (Road ; 
No. 4 & service road), construction of RCC side drains, ducts, RCC ೨ 4 
cross drainage works, RCC retaining wall, RWH & HDPE dual water M/s. M § roech Pvt Ltd., 60,56,19,678.03 04.03.2021 Work is in progress 
supply pipe line for Haraluru - Muddenahalli Industrial Area, ಕಣತಿ adh 
Bengaluru Rural.District. (Package 2) (2nd call) k 
y ; 
27 [Filling of ditches and undulation of drain sides and chain link N ನ 
fencing to OHT in Autonagar Industrial Area (Dandeli) Ambewadi in A y £ 39,99,465.54 
Haliyal Taluk, Uttara Kannada District.” Sri. Annappa S Bandiwad, 19.03.2021 Work Completed 
28 |Formation of 24M wide-approach road to Kapnoor 3rd Stage & 18M i 
wide connecting road between 2nd crss & 5th cross RCC side drains Sri. B H Ramachandra, 1,64,17,060.14 y 
and laying of HDPE water supply pipeline at Kapnoor 3rd stage Bengaluru ¥ 27:04.2020 Work Completed 
Industrial Area, Kalburgi. H : 
29 ‘Annual maintenance of Buildings at Growth center Industrial Area, l 4 
8 M/s. H D Infrastructure, 62,85,005.98 15.05.2020 Work Completed 
assan. Mysuru. J 
30 Upgradation of roads, drainage, water supply and Infrastructure ” . } ‘The work is delayed 
facilities in Mundargi 2nd and 3rd stage Industrial Area, Ballari Sri. Syed Akbar Pasha, 17,67,78,835.50 13.05.2020 due to Covid-19 
District. Raichur. pandemic and now it is 
31 [Construction of storm water drain in Plot No. 45 & 47 at Hebbal ¢ ಃ 24,167.85 
2nd phase Industrial Area, Mandya District.(Reserved for SC} Sri. Hse 5/0. Mahadeva, 12,24,167. 16.06.2020 Work Completed 
ysuru. 
32 Upgradation of existing Jackwell, construction of intake well, 
cnstructin of approach bridge, Providing cain Ink fencing, and K 3,77,37,517.52 SS 
protection works in Kellamballi pumphouse and constructin of Sri. H S Ramesh, Mysuru 26.06.2020 Work is in Progress 
GLSR 2.SOMLD at Nanjangudu Industrial Area, Mysuru. § P 
33 [Upgradation of Roads,drainage, water supply & Infrastructure Sri. Syed Akba pasha Ph 
facilites in Mundaragi 2nd & 3rd stage Industrial Area, Ballari Dist. ea 176,778,835.50 29.04.2020 Work is in Progress 
34 Construction of storm water drain in Plot No. 45 & 47 at Hebbal 12,24,167.85 ಪ 
2nd phase Industrial Area, Mandya District. (Reserved for SC) Sri. Umesh, Mysuru. 16.06.2020 Work is in Progress 
35 Upgradation of existing Jackwell, construction of intake well, p IN 
cnstructin of approach bridge, Providing cain Ink fencing, and H 
್ಸ y 2 k f ; 3,77,37,517.52 ರ 
protection works in Kellamballi pumphouse and constructin of Sri..H S Ramesh, Mysuru 26.06.2020 Work is in Progress 
GLSR 2.50MLD at Nanjangudu Industrial Area, Mysuru. k 
36 {Formation of 12M wide road including construction of RCC drain, N 
Hume pipe & provididng & laying HDPE Water supply line in plot Sri. C L Rudre Gowda, 21,09,491.68 12.02.2021 Work is stoped due to 
No. 66 Koorgally Housing layout, Mysuru Industrial Area, 3rd stage, Bengaluru Hl ಸ land litigation 
Mysuru. ಸ R 
ಮತ 
37 |Formation of ಮ & 18M wide cement concrete roads ee k pe Work is in Progress & 
construction of RCC side drain, culverts & providing & laying 0 p 38,51,31,294.45 | delayed due to Land 
HDPE water supply pipeline at Kochanahalli Industrial Area, M/s. KVCHSR, Mysuru 18.02.2021 


Mysuru Taluk & District. 


litigation and covid 19 
pandemic 


| 


5 38 Formation of 24M & 18M wide asphalt road including construction ' 
ಬ of RCC side drain, providing & laying of HDPE water supply M/s. Vikram Construction, |: 6,25,98,549.79 ಡಿ ಯ 
+ pipeline at Adakanahalli Industrial Area, Nanjangudu Taluk & ; Ramanagara.. 23.02.2021 Work is im progress 
Mysuru District. i H 


39 Formation of Industrial Layout including formation of 18M wide 
road (Road No. 1,3,4, 5,6,7 & 8) including asphalting, construction 
of RCC side drains, RCC cross drainage works, chain link fencing, M/s. Doddabasanagouda 23,30,66,507.20 
RWH, retaining wall, GLSR storm water drain and HDPE dual water Sindhanur Ka 
supply pipeline at Granite cluster and general IA of Kyadiguppa | 
Industrial Area, Kushtagi Tauk, Koppal District.. Package 1 l 


F ೪ 
i 


25.02.2021 Work is in progress 


40 Formation of Industrial Layout including formation of 30M wide 
road (Road No. 2), 24M wide road (Road No. 2A) & 18M wide road 
(Road No. 9 & 10) including asphalting, construction of RCC side : 

drains, RCC cross drainage works, retaining wall, storm water M/s. PRN Infratech Prakalpa, 28,15,79,854.92 
drain and HDPE dual water supply pipeline at Granite cluster and . Hubli 4 


general IA of Kyadiguppa Industrial Area, Kushtagi Tauk, Koppal 
District, Package 2 ಸ - 


j 


25.02.2021 Work is in progress 


i 


Grand Total 666,34,24,658.50 8 


- ASSISTANT ENGINEER Tena ನಿsstaಗ! .. 
ls ಫಿ NN 
eC 


ಮಂಡಳಿ ವತಿಯಿಂದ 2020-21ನೇ ಸಾರಿನಲ್ಲಿ 'ಸಗೆತಿಕಾಸ್ಳಲಾದ ಎಲ್ರತಲ್‌' ಕಾಮಗಾರಿಗಳ ವಿವರಗಳು 
- 
N N: ft k - ಈ 
SINo | ame ofthe wor Name of the ಸಿಗಿ Contract Amount "2| work Order Date Remarks 
1 Upgradation of streetlights at Nidhige and Mandlikallur Industrial M/s. Manjunatha Electrical - 
Area, Shivamogga District. 1s § Me gcticals, 21,55,845.97 11.05.2020 Work Completed 
2 {Repair and annual maintenance of HPSV street lights at M/s. Mamatha Elccuricals, | '9,17,330.60 
Chikkaballapura Industrial Area, Chikkaballapura District. Bengaluru 14.05.2020 Work Completed 
3 |Cosntruction of 66KV S/C line on D/C towers by shifting of existing J’ R 
Kora-Thovinakere S/C line on S/C towers in M/s. TMTP premises in M/s. Kumar Electricals, 4,24,77,210.92 
between Tower No. 20 to Tower No. 27 in Vasanthanarasapura Bengaluru 22.0೨.೨೦೦0 Work Completed 
Industrial Area, Phase-lll, Tumakuru. kl 
4 Upgradation and Annual maintenance of street lights at Jigani 
2 4 X F 
Industrial Area Ist, 2nd phase, Berigaluru M/s. Anvith Infra, Bengaluru 14.58,540.00 04.06.2020 Work Completed 
5 {Repair and annual maintenance of HPSV street lights at Malur 
ers M/s. Entire enter rises, 37,58,940.00 
Industrial Area, lst, 2nd & 3rd phase, Kolar District. / Gadag. P 04.06.2020 Work Completed 
| 
6. |Repair and annual maintenance of HPSV street lights at Malur 1) 
Industrial Area, 4th phase, Kolar District. M/s. Anvith Infra; Bengaluru 13,39,360.00 04.06.2020 Work Completed 
7: |Up-gradation of additional electrical infrastructure & street lights at | 
Nandur Kesartagi Indl. Area, lst stage, Kalburgi District. i ನ 
M/s. Abhishek Enterprises, 9,55,395.19 05.06.2020 Work Completed 
Bidar » 
8 Up-gradation of street lights at Naubad Kolhar Indl. Area, 2nd i A s 
stage, Bidar District. M/s.A a 12,29,594.80 05.06.2020 Work Completed 
9 Providing power Infrastructure and street lighting arrangements to H 8 
the industrial layout of Ambewadi in Dandeli Taluk, Uttara M/s. Kusuma Electricals 46,26,540.80 
Kannada District. Bengaluru. 15.06.2020 Work Completed 
10 |Providing electrical upgradation to streetlights and other connected { 
improvements works at Honaga and Kakathi Industrial Area, i Ri | 7,846.00 
Belagavi District. 1s. Sanjay Engineers and 16,57,846. 17.06.2020 Work Completed 
contractors, Belagavi. 
11 Providing electrical upgradation to streetlights and other connected 
improvements works at Autonagar Kanabargi Industrial Area, M/s. Sanjay Ehuinkcs 14,09,263.00 
Belagavi District. Belagavi. | 17.06.2020 Work Completed 


Bengaluru 


12 |Up-gradation of street lilghts at Mundargi Industrial Area,-3rd I RR 
stage, Ballari District M/s. Sri. Vaidehi Enterprises, 15,37,350.00 
| Mangaluru 13.05.2020 Work Completed 

13 |Up-gradation of street lilghts at Mundargi Industrial Area, 2nd p r 
stage, Ballari District M/s. Sri. Vaidehi Enterpri 13,53,700.00 

. Sri. rprises ,53, 
Mahgaluru 13.05.2020 Work Completed 

14 Providing road lighting arrangements, electrical upgradation and y 
improvements works to the roads of Kangrali Industrial Area, M/s. Shree Ganesh 11,558,010.16 
Belagavi District Enterprises, Gadag - 18.06.2020 Work Completed 

15 [Providing electrical upgradation to street lights and other connected i 
improvement works at Tarihal Industrial area, Dharwad District. iV ನ 

Sri. Vinayaka Electricals, 23,37,670.00 03.07.2020 Work Completed 
Bengaluru. | 

16 {Upgradation of street lights at Raichur & service road, Raichur ರ 4 

growth centre Industrial Area, Raichur. Sri. Vinayaka Electricals. 15,38,360.00 03.07.2020 . Work Completed 
2 | Bengaluru. Fas 
17 Upgradation of TED: street lights i in Kushalnagar Industrial Area, ‘ F sl 
ತ M/s. R ili T f I 32,34,239.00 
s. Renew silicon Technology ,34, % 
Prt. Led., Bengaluru. 08.07.2020 Work Completed 
. 18 [Providing LED street lights at left out roads and modern abatoir 
(slaughter house} of Harohalli Industrial Area, 2nd ಡೈ ಧಗಿಡ$ಿ; K ಎ | 
Ramanagara District. - M/s. Renew silicon Technology 11,57,199.00 08.07.2020 Work Completed 
Put. Ltd.,, Bengaluru. § 

19 Providirig electrical Ney 1o street lights and other connected H $ 
improvement works at Aliyabad & Mahalbagayath Industrial area, M/s. Pratap Electricals, 35,98,150.00 K 4 
Vijaypura District. Dharwad 19.08.2020 Work Completéd 

| 

20 Upgradanon and upkeeping of Electrical Vasanthanarasapura Indl. ್ಲ | 
Area lst phase; Tumkur, ವ | f ೨ 

M/s. Geetha electric 73,22,400.00 07.09.2020 Work Completed 
Corporation, Bengaluru 

21 |Repair,Reconditioning & Annual maintenance oF streetlights at p ಮ [S Annual 

Harohalli Ist & 2nd phase Industrial Area, Ramanagara Dist. M/s.Himagiri Sree Electrials 25,52,178.00 21.09.2020 


mainteanace work 
§ is in, progress 


oo 


Bengaluru 


22 [Upgradation of kallahalli Pumphouse by providing dedicated 11KV : 
feeder line, Addational 250KVA DTC & upgradation of metering M/s.Geetha’ Electrical Stores Ww. : 

n I i ork isM 
cubical to 3CT,3PT of 1*250KVA HT installation at kallahalli Bengaluru 3,53,92,216.19 03.09.2020 rs 
pumphouse, Nanjangudu {T), Mysuru (D). } 

23 Drawing LlKv feeder lines from Sub-Sution and Providing HT/LT i 

4 distrubution system to Sira Industrial Area, Tumukuru Dist. H y Work is in 
M/s. swamy Electrials,: Bidar 14,38,70,170.08 21.09.2020 Progress 

24 |Providing LED eee Lights to the Roads of Sira Industrial Arca, | -! iK Work is in 

Tumakuru Dist. M/s. swamy Electrials, Bidar | 2,92,58,850.78 25.09.2020 progress 
4 

25 [Drawing 11KV feeder lines from Existing Sub-Station and Providing ಈ if 

Electrical infrastructure Facilities to Mummigatti Industrial Area, M/s.Aravinda Electricals Work nearin 
- - » ಈ ಫಿ 8 
Dharwad Dist. Bengaluru 20,90,64;831.16 : 21.09.2020 | completo | 

26, Providing LED ಕ Ee formed Roads, of Kadechur M/s. Lakshminaraydna Fo EE Lbs Work is in 
Industrial Area, lst Phase Yadgiri Dist. Electricals, Bengaluru | »13,64,700. | -09. | progress | 

27 |Providing Street Lights to Mummigatti Industrial Area, Dharwad 

i M/s. V i i 
Dist, 15. Vedha Electricals, 2,87,75,073.42 25.09.2020 Work nearing 
Bengaluru. completion 
- 

28 Repair,Reconditioning & Annual maintenance of streetlights at - 3 (1 pa [= p 
apperal Park lst & 2nd Phase Industrial Area, Doddabailapura, M/s. Sri Balaji electricals, 24,58,860.00 02.09.2020 Work Completed 
Bengaluru rural Dist. Bengaluru js 

29 J|Repair,Reconditioning & Annual Maintenance of HPSV Streetlights | K - —] 
at Anthrasanahalli 1st & 2nd phase, Kunigal 1st & 2nd Phase, M/s. Chanadana Electricals, 18,06,850.00 69.09.2020 ‘Work Completed 
Hirehally, Sathyamangala Industrial Area, Tumakuru Dist. Bengaluru. l 

i 

30 [Drawing Il1KV Express Feeder line from Proposed Sub-Station & | If | K "| ] 
Providing electrical infrastructure facility to Mastenahalli Industrial M/s.Vedha electiicals, 9,03,97,521.94 14.09.2020 Work is in 
Area, Chikkaballapura Dist Bengaluru t progress 

i | R 
31 [Providing Street Lights to the roads of Nandur-Kesaratagi Industrial, p i [ 1 
iDi M/s. Sri Vi i 
Arca, 2nd Phase, Kalaburgi Dist. 1. Sri Vinayaka electricals, 82,96,324.00 30.09.2020 Work Completed 
p Bengaluru. 

32 Providing basic electrical infrastructure facilities & LED Street Light k ಮ § 
at Balakundi Industrial Area, Bagalkote Dist ; es Electricals, 4,44,46,348.37 30.09.2020 Work Completed 

engaluru 

33 [Upgradation & Up-keeping of electrical infrastructure in 4 
Vasanthnarasapura Industrial Area, Ist Phase, Tumakuru Dist. M/s. Geetha electrical 

KC Corporation, 73,22,400.00 07.09.2020 Work Completed 


34 |Repair,Re-conditioning & Annual miantenance of Street Lights at p I 
Hoskote Industrial Area, Bengaluru Rural Dist & Narasapura M/s.Raj A 
kt ಸ p .Raja Electricals works, 
Industrial Area, Kolar Dist. Chikkaballapura Dist. 40,15,580.00 ಪಡಿ99.2020 Work Completed 
ಸ್ಸ ~ 

35 [Providing electrical infrastructure facilities to Sarathi- 4 ; MS 

- Kurubharahalli Industrial Area, Harihara TQ, Davangere Dist. M/s Geetha Electrical Stores. | 6 41 76,462.84 28.09.2020 Workin 
Bengaluru progress 
36 Providing Electrical Infrastructure facilities to Kelageri SC/ST M/s.Vijaykumar Electricals, A > NEN Work nearing 
Industrial Area, Dharwad Dist. . p Uttar Kannada Dist. 40,94, : 93.20 completion 
) £ 
37 [Providing Street Lights at Kittur Industrial Area, Belagavi Tq & Dist. K EE F 
SE M/s.Chandana Electricals | 1 77 30,865.86 25.09.2020 Work Comleted 
Hassan 

38 -\Providing LED StreetLights to the Roads of Horahalli industrial F 

Area, 3rd Phase, Ramanagara Dist. M/s Geetha Electrical Stores. | 4 43 39 833.86 25.09.2020 Work Comleted 
| Bengaluru k 

39 providing LED Street Lights to the Roads of Japanese Industrial { 

Township at Vasanthanarasapura Industrial Area, 3rd Phase M/s. new Basava shree 1,52,39,678.00 28.09.2020 Work Comleted 
Tumakuru Dist. Electricals, Bengalury 3 

40 Repair, re-Conditioning & Annual maintenance of Street Lights at Hi y R p 

Tech defence Aerospace Park,’ Devanahalli, Bengaluru. M/s.Sree Hari Electricals, 50,42,320.00 : 30.09.2020 “ Work Comleted 
OR: Bengaluru ಹ: $ 
41 Repair, Reconditioning and Annual maintenance of HPSV and LED 
Street Lights of Vasanthanarasapura Industrial Area Ist and 2nd ಹ Annual 
.G.S. ls, R 
phase Tumakuru dist. M/s ಕ ಮ $ 31,20,004.00 13.10.2020 mainteanace work 
8 is in progress 

42 Repair, Reconditioning and Annual maintenance of HPSV Street K y 

Lights of Dabaspet lst & 2nd phase, Sompura Ilstand 2nd Stage M/s.G.S. Electricals, Annual 
Cpe ಸ 35,00,001.0 13.10.2020 i 
Industrial Area. Bengaluru North - 00,001.00 3.10. ki 

43 Extension of HT/LT lines and providing 3*250KVA DTC to newly py A ರ K 
formed roads at Vasanthanarasapura Industrial Area 2nd phase M/s. Precision power services 37,23,387.15 16.10.2020 Work Comleted 
Tumakuru dist. Mandya ' 

44 Providing electrical-infrastructure facilities to newly formed sub A EN: 
layout at Hi-Tech defense and Aerospace park, - M/s. Lakshminarayana 3,24,24 601.44 29.09.2020 Work is in 
devanahalli, Bengaluru Rural district. Electricals, Bengaluru progress 

45 Providing external & internal painting to the ground floor,1st floor & i | 
2nd floor of KIADB Zonal office building at Lakkamanahalli SriVijayKumar Veeriah 13,58.404.09 
Industrial Area, Dharwad Aradhyamath, Hubli 22112020 Works ‘Comieted 

' « 

46 Shifting and re-routing of 33KV overhead line at mulwada Industrial 

ij istri R ಸ 4, § 
Area, Vijaypura Distrist M/s Sai electricals, Bijapur 15,24,318.28 21.11.2020 Work Comitted 


Industrial Areas of Mandya Taluk under Mysuru Zone. 


Hassan 


47 [Reconditioning & annual maintenance of Streetlights at Sri.Balaii Electr; : ) 32.35,141.00 ] 
Jicani li p r1. Balaji Electricals, 35,141. 
Bommasandra-Jigani link Road Indl Area & APC Circle to ಪ Ke ವ 16.12.2020 Work Comleted 
Bannergatta Road Bengaluru sng ನ R 
48 Detailed estimate for the works of providing basic electrical f _ wy 
infrastructure facilities & pumpset to borewells at Kuduthini M/s. Kumar Electricals, . 26,88,38,366.64 15.12.2020 Work is in 
Industrial Area, lst:& 2nd Phase Ballari Dist. Bengaluru : ನ progress 
49 |Providing street lights at Sanklapura 2nd Phase Industrial Area, IR g Fa ಸ 15,39 ತ್‌ + ಸ 
Bc Sri. Balaji Electricals, ಮ 05.01.2021 
Hospete Taluk, Hallani District , Bengaluru. | | ಗಢ Work Completed 
50 {Providing LED street lights at Aerospace park industrial Layout in Sri Balai El 8 F 18,42,172.00 05.01.2021 
Devnahalli (For Road No, 5,6,6A,7) Bengaluru Rural District. m1. Balaji Electricals, ಸ ke 
( ) 8: Bengallrd. Work Completed 
=n 
51 [Shifting and Re-routing of HT/LT line which is below the EAT line | f A ರ X 
proposed for shifting at Harohalli Industrial Area, 2nd phase , Sri. Balaji Electricals, 23,20,558.76 05.01.2021 Work Completed 
Ramanagar. Bengaluru. ) 
52 [Providing LED street lights to the newly formed sub layout at 7 1 
Hardware park in Hi-Tech defence ೩nd Aerospace components Sri. Balaji Eléctricals, § 18,45,858.20' ಸ Work is in 
Industrial Area at Devanahalli Industrial Area, Bengaluru Rural Bengaluru. ; “Mh. progress 
District. ; 
53 [Supply and Installation of 30HP airport pump, motor and $ ನ 
accessories at Mallanamoole pump house Najangudu Tq, Mysuru. | M/S EL 11,18,991.00 11.01.2021 Work Completed” 
54 -|Repair, Reconditioning of street lights at Kumbalgudu Industrial | 7 ] | 
Area lst and 2nd phase, Bengaluru. M/s. I ERT 02.01.2021 Work Completed 
- 55 Providing electrical power infrastructure facilities to Industrial units ¥ 
near UNI Abex and Brindavan circle, plot No. 555B {Plot No. 578, M/s. Pratap Electricals, 12,13,005.62' 
579 & 584) at Belur Industrial Arca, Dharwad. Dharwad 15012021 Woxk Completed 
56 J|Reconditioning of 630KVA transformer, LT panels, supply and i 
replacement of vertical turbine pump and other repair works in M/s. Shubhodaya Engineers, 80,76,513.20 ಸಿ 
jackwell pumphouse at Gurupura, Mangaluru Dakshina Kannada Mangaluru. 11.01.2021 Work Completed 
District. (2nd call} j 
57 Repair, operation and annual maintenance of streetlights at _ : 
Belagola, Koorgalli & Hebbal Industrial Area of Mysuru District & ya (y K Annual 
ಕ - y F M/s.Chand Electricals, 78,250. p 
Hebbal 2nd phase, Gejjalagere, Somanahalli & Tubinakere (scnengdanaElecticals 0 18.01.2021 mainteanace work 


is in’ progress 


} 
t 


58 Extension of HT/LT lines and providing 625 KVA transformer F } 
center for arranging power supply to street light installation and M/s. Sapthagiri Enterprises,  1,53,70,518.61 Work is in 
ದ k pe Pr 28.01.2021 
providing LED street lights at 45Mtr wide trunk road of Dabaspete Bengaluru § progress 
Sth phase Industrial Area, Bengaluru Rural District. 
59 [Providing Basic Electrical infrastructure facilities to Mulwada M/s.Aravinda Electricals, 20,01,95,418.78 y Work nearing 
Industrial Area, Vijaypur Dist Bengaluru 25.01.2021 completion 
60 Providing basic electrical infrastructure facilities and street light 4 Te 
arrangements at Raichur Housing layout (Left side Arch from Main M/s. Swamy Electrials Bidar 20,00,07,960.61 28.01.2021 Work is in 
Entrance Arch). Raichur District. (Package 1} - 95 progress 
61 |Providing basic electrical infrastructure facilities and street light H We, 
arrangements at Raichur Housing layout (Right side Arch from Main| 1/5, Swamy Electrials, Bidar 19,93,44,759.59 28.01.2021 Work is in 
Entrance Arch). Raichur District. (Package 2) _ progress 
62 {Upgradation and Annual maintenance of street lights at Karur Y i ei 
Industrial Area, Lokikere Industrial Area, Harlapura Industrial M/s. Abhay Electricals, Kolar 33,52,959.28 03.03.2021 Sor 18°10 
Area, Hanagawadi Industrial Area, Davangere District. ; y progress 
63 Improvement & Repair & operation and annual maintennace of % 1 
Sueet Light on annual contract system at Hassan Growth center M/s: Abhay Electricals, Kolar 443260209 03.03.2021 Werks if 
and Pharma SEZ Industrial Area, Hassan. } " ; progress 
64 Repair and Reconditioning of motor, starters and Electrical work at 
HT yard at Malianomoole pumphouse, Nanjangudu, Repair to p 4 
150HP motor and starter at Kallahalli pumphouse, Nanjangudu, Sri. Manjunatha Electricals, 31,00,187.77 05.03.2021 Work Completed 
Repair to 75HP centrifugal pumpsets at Hebbal 2nd phase IA Mysuru 
pumphouse, Repair to 125HP pumpsets:at Belagola pumphouse of 
Musa Zan 
65 Repair, Reconditioning and annual maintenance of street lights at | ಸೆ _ 
Doddaballapura Industrial Area 3rd phase, Bengaluru Rural ‘M/s. Entire Enterprises, 38,14,526.00 09.03.2021 Maintenance work 
Disuict. K Gadag. 1s in progress 
IN 
66 Shifting and Re-routing of HT/LT line passing over the approach _ y 5 8 A 
road from Shivagange road at Plot No. 26A2 of Avverahalli Sri. Manjunatha Enterprises, 35,89,911. 18.03.2021 Work Completed 
Industrial Area, Dobaspet, Bengaluru District. Bengaluru. 
67 Repair, reconditioning and annual maintenance of street lights at ; AN R | 
Gowribidanur Phasel. & Phase2 Industrial Area, Chikkaballapura Sri. Teena Electricals, 16,66,368.00 "20.03.2021 Naintenance wrk 
District. § Bangalore is in progress 
68 [Reconditioning and annual maintenance of street lights at Attibele R A: _ 
Industrial Area and Veerasandra Industrial Arca, Bengaluru. Sri. Teena Electricals, 16,61,097.20 20.03.2021 Maintenance work 
್ಣ Bangalore- 560097 is in progress 
69 Improvement, repair, opearation and annual maintenance of street K 
lights on &nnual- contract system at Textile SEZ, B.Kattihalli, Sri. Teena Electricals, 29,52,300.00 20.03.2021 Work is in 
Thimmanghalli, Holenarasipura and Amble Industrial’Area, Hassan Bangalore ನ progress 
Zone. BE 
70 |Providing power Infrastructure & LED street lights-to newly formed p 
Immavu Industrial layout KIADB Industrial Area Part-1, Mis:Vedha:Electricals 6,85,90,126.56 22.04.2020 Work Comlged & 


Nanjangudu Taluk, Mysuru 


Bengaluru. 


commissioned 


71 


Providing power Infrastructure & LED street lights to newly formed 


I 


Immavu Industrial layout KIADB Industrial Area Part-2, 


| ] 


— 


7,05,55,834.56 


Work Comleted & 


| M/s. Swamy Electrial§, Bida 20.04.2020 wif 

|Nanjangudu Taluk, Mysuru ' If | p Commissioned 
72 |Providing power Infrastructure & LED street lights to Thandya 2nd M/s. Geetha Electrical Stores, 16,72,88,028.00 ; f 

phase Industrial Area, Nanjangudu Taluk, Mysuru. Bengaluru 20.04.2020 Work | 

- 73 [Upgradation of LED street lights in Tubinakere and Somanahalli a T 
Industrial Area, Mandya District. ' M/s. Geetha Electric 24,83,100.00 - 
7 Corporation, Berigdluru | | 30.04.2020 Work Completed 

74 |Part A Establishing of 110/11KV substation at Kadechur KIADB —T 

Industrial Area. | p 

Part B Construction of 110KV LILO line from existing 110kV S/C M/s. Mahaveer Electro Mech 27,75,07,954.00 Work is in 

line on DC towers from existing 110KV Khanapur - Saidapur line for Pvt Ltd., Bengaluru Hc 13.05.2020 progress 

a distance of I2kms to proposed 110/11kV substation at Kadechur , | 

KIADB Industrial ARea, Saidapur Taluk, Yadgir District. K 
75 [Providing LED street lights to the roads of Canara Industrial Area, M/s. Geetha Electric 55,53,710.00 A 15.06 20೬ರ Work isin | 

Bantwal Taluk, D K District. | | Corporation, Bengaluru ] Kise . Progress 
76 [Providing street lights at MSME Kadechuru Industrial Area, Yadgir M/s. Geetha Elect 38,54,755.00 

Taluk & District. Ss wectha lect ತ್ರಾ i 

a. istri | Corporation, Bengaluru 04.06.2020 Work Completed 
; 2,49,51,95,493.04 kA i] 
sl i 


[ANT ENGINEER 
¥ Section, Head Offite 
. KADB 


ಅನುಬಂಧ-2 


<“ 


ಮಂಡಳಿ ವತಿಯಿಂದ 2018-19ನೇ ಸಾಲಿನಲ್ಲಿ ವಿಳಂಬವಾದ ನಿವಿಲ್‌ ಕಾಮಗಾರಿಗಳ ಏವರಗವು 


Name of the work 


Name of the agency 


‘Contract amount 
(in Rs.) 


Work Order Date Remarks 


Providing 4MLD treated water supply scheme 
including construction of GLSR , water 
treatment plant and 300mm dia DI pipe raising 
main for Raichur Housing Area, Raichur 
District. 


M/s.Maloo Constructions India (Pvt (Ltd) 


Bengaluru: 


121695162.00 


work is 90% 
completed. Delayed 
due to land problem 


13-08-2018 


Formation of New Industrial layout including 
asphalting of 15M & 12M wide road 
construction of RCC drains, RCC culverts , 
construction of RCC over head tank 2.00 lakhs 
litres capacity at proposed Industrial layout at 
Balakundi, Hungund Taluk, Bagalkot District. 


M/s. Inncon Infrastructure Pvt. Ltd. Sri. 


144882252.47 


work is 95% 
completed. Delayed 


16-08-2018 
- due to land problem 


[Ko] 


Formation of approach road of 24M wide cement 
concrete roads including construction of RCC 
side drains & culverts from Mudipu main road 
to Canara Industrial Area, lst phase adjoining 
to Canara Industrial Area, 2nd phase, Bantwala 
Taluk, D.K.District. 


Sri. Iqbal Ahmed, M/s. iqbal Ahmed Infra 
Projects Pvt. Ltd.,. 


105293416.33 


ಮ ER 


Work is delay due to 
Land Litigation & 
Covid-19 pandemic 


08-03-2019 


Formation of 235M wide road (Road No. 3), 30M 
wide road (Road No. 1,5 & 8), 24M wide road 
(Road No. 10,11 & 12),.18M wide road (Road No. 
2,4,6,7,9,13,14,15,16,17,18,19,20,21,22,23,24, 
25) including Asphalting construction of RCC 
side drains, RCC cross drainage works, RCC 
storm water drain, GLSR, HDPE water supply 
pipeline at Sira 1.A, Tumakuru District. 


M/s. Liya Infrateth Pvt. Ltd., Mangalore. 


965934726.65 


97% Work 
Completed, delayed 
due to land litigation 

and covid 19’ 
pandemic 


02-03-2019 


Formation sub-layout in plot nos 28 & 29Aof 
18 m wide roads (Road nos. 4A& 4B) Including 


asphalting construction of RCC Side drains, 


RCC cross drainage works-& HDPE Water 
supply pipe line at Dobaspet 4th phse 


Sri. V.Dillibabu Class Contractor 


36880000.00 


Work is in progress 
and delayed due to 
land litigation 


14.03.2018 


.ಅನುಬಂಧ-2 


ಮಂಡಳಿ ವತಿಯಿಂದ 2018-19ನೇ ಸಾಲಿನಲ್ಲಿ ವಿಳಂಬವಾದ ವಿದ್ಯುತ್‌ ಕಾಮಗಾರಿಗಳ ವಿವರಗಳು 


Sl No. 


Name of the work 


Name of the agency 
ಹಿ ೩ರೆರೇತs - 


. ನಾ amount 


(in Rs.) 


Work Order Date 


Ramarks k 


Establishment of 2x150MVA, 220/66/11KV Sub 
station & Construction of 220KV LILO line with 
DRAKE ACSR to LILO one of ‘the circiuts of the 
existing 220/66/11KV Hoskote-BIAL MCMV line 
to proposed 220/66/11KV Sub station at. 
Aerospace park i in KIADb Industrial Area, 
Devanahalli Taluk, behealusu Rural District. 


M/s. Kumar Electricals, Bengaluru , 


116,88,38,586.00 


09-07-2018 


sub station work is 
completed and due to 
land litigation line 
work is delayed. (95% 
completed) 


Shifting & Re-routing of existing 66KV 
Somanahaili-Harohalli T.K.Halli D/C line 
passing over the Industrial plots of Harohalli 2nd 
phase KIADB Industrial Area, Kanakapura 
Taluk, Ramanagara District., using DRAKE 
ACSR conductor. 


M/s. New BasavaShree Electricals, 


Bengaluru. 


2,56,45,283.00 - 


05-03-2019 , 


(a 


work delayed due to 

land problem, which 
is sorted out, now 
work is nearing 
completion 


ಅನುಬಂಧ-2| 


Sl 


ಮರಡಳಿ ವತಿಯಂದ 7079-20ನೇ ಸಾಲನಲ್ಲ`ವಢರಬವಾದ ಸವರ ಸಾಮಗಾರಗಳಬವರಗಳಾ ] 


No. 


Name of the work 


Name of the Agency 


Contract Amount 


work order 
Date 


Remarks 


Formation of 24M wide roads {Road‘No. 1), 18M wide roads 
{Road No. 2,3,4,6,8,9,11,12,13 & 14), 15M wide roads{Road 
No. 5,7 & 10) including asphalting construction of RCC side 
drains, RCC cross drainage works, RCC storm water drain, 
OHT, sump, HDPE water supply pipeline, borewells, Rain 
water harvesting chain link fencing etc., for formation of 
Magodu Industrial Area layout at Magodu Village 
Ranebennur Taluk, Haven District. 


Sri. Suresh S Kanaji, 
Bangalore 


I 


19,63,06,982.13 


KS 


08.11.2019 


Work not yet 
commenced due to 
land litigation 


Construction of compound wall for solid waste management 
land at Narasapura Industrial area, Kolar District. 


Sri: Ramakrishnappa, 
Bangalore 


1,34,33,029.87 


1 
i 


11.11.2019 


Work is nearing 
completion and 
delayed due ‘to land 
litigation ‘& Covid-19 


Formation of proposed 18M wide roads in Plot No. 25-P2 of 
IT sector and in plot No. AM-3P of Aerospace sector including 
asphalting , RCC culverts, alying of HDPE water supply 
pipeline and construction of chain link fencing for parks at 


Hi-tech defense and Aerospace Park near KIAL , Bengaluru 
Rural District. 


ಕ 
Sri. Suresh S Kanji, 
Bangalore 


9,06,94,913.23 


' 


02.01.2020 


Work is in progress, 
delayed due to land 
litigation 


Formation of Industrial layout including asphalting 18M wide 
roads, 15M wide roads & 12M wide roads construction of 
RCC side drains, RCC cross drainage works, chain link 
fencing, GLSR, OHT & HDPE dual water supply pipe line at 


Adinarayana Hosahalli, Doddaballapura Taluk, Bengaluru 
Rural District. 


M/s. Liya Infra Tech 
Pvt Ltd., Mangaluru 


24,41,04,227.71 


24.06.2020 


Work in progress and 
delayed due to Land 
- litigation 


Providing water supply raising main {from WTP at Infosys SEZ 
Nethra campus to Canara Industnal Area, Ist phase, 
Bantwala Taluk, Dakshina Kannada District. 


M/s. Vikram 
Constructions, 
Ramanagara. 


3,47,55,146.46 


04.10.2019 


work is in progess 
and due to delay in 
permission from PWD} 
for laying pipe line & 
Covid pandamic the 


work is delayed. 


. ಪ್ರಿ ft a :  ಅನುಬಂಧ-2 
ಮಂಡಳಿ ವತಿಯಿಂದ 2019-20ನೇ ಸಾಲಿನನ್ಲಸೈಸ್ರಸೊಳ್ಳಲಾವೆ್ರ ಸೀಯ ಸಂಸ್ಕರಿಸಿದ ನೀರು ಸರಬರಾಜು ಕಾಮಗಾರಿಗಳ ವವರಗಳು | 


Name of the work - Name of the Agency Contract Amount 


in Rs 

1 implementation of 30MLD Tertiary treated water supply K 
scheme from Bheemasandra Tank to Vasanthanarasapura } 
Indl. Area, including :: H 


Sl 


work order Date . 


a) Construction and commissioning of 30MLD tertiary M/s. Sri. Srinivasa ‘ 
treatment plant on Turnkey basis & alternative design based ನ « k Work is delayed due 
A N . Construction India Pvt., 1 N N 
on combination of biological and chemical treatment process Ltd 1,339,591,000.00 23.03.2020 to covid-19 pandemic 
facility including construction of pumphouse, power lines & M/s Eagle Infra Wa ean ಕ and now it is under 
other allied works and operation and 10 yeras maintenance. SR x p - progress 
- KM | MR R India L Ballari 
b) Supplying, laying of mild steel, riasing main from i " 
Bheémasandra Tank to the proposed treatment plant at ; 
VAsanthanarasapura Indl. Area, Tumakuru: 2 
2 Construction and commissioning of .40MLD tertiary y ' . 
treatment plant on turnkey basis and alternative désign M/s. Sri. Srinivasa i - |. Work is delayed due 
based on combination of biological and chemical treatment [Construction India Pvt., ; ' to covid-19 pandemic 
ility including F i | 20.02.2020 > P. 
process facility including l0years operation and maintanance Ltd, . 1,362,370,000.00 and now it is under 
at Narasapura KIADB Industrial Area, Kolar. | ‘& M/s. Eagle Infra : - progress 
India Ltd, Ballari Ny H 
| SS 
3 [Providing and laying Ductile Iron pipe'raising main ofr " = i The Work is delayed 

providing Tertiary treated water from the proposed 40MLD / N due to non 

tertiary treatment plant at Narasapura Indl. Area to the - M/s. Sudhanva 8 2 4,15,699.00 availability of DI pipe 
Industrial areas at Vemgal, Hoskote, Masthenahalli, Engineers & Builders, 8 Ka * 03.12.2019 and materials due to 
Jakkasandra, Malur etc., Kolar & Chikkballapura District. Bangalore H | ” Covid-19 Pandemic. 

Wy H Now it is.under 
progress 


ಅನುಬಂಧ- -2 


ಮೆಂಡಳಿ ವತಿಯಿಂದ್‌2019-20ನೇ 'ಸಾಕನಲ ನಢಾವವಾರ ನನ್ಯ ತ್‌ ಕಾಮಗಾರಿ ಗಳ ವಿವರಗಳು" 


2 


S1 No. 


Name of the work 


Part A: Establishing 2x20MVA , 66/11KV Substation at 


Name of the Agency 


‘Contract Amount 


(in Rs) 


work cide Date 


Re marks 


Vengal Industrial Area in Kolar Taluk & District. 

Part B: Construction of 66KV SC line on DC towers upto 
proposed 66/11KV Vemgal Industrial Area Substation by 
Constructing partial 66KV MC line on designed based towers 
in the existing 66KV Kolar Vemgal Sugatturu line corridor 
upto Sugutturu bifurcation point and 66KV DC line towards 
upto Vemgal Industrial Area using 110KV Towers with DRAKE 
Conductor from existig 220/66KV Kolar Substation for a 
distance of 18.317 Kms including for using ERS ‘towers for the 
work of stringing 2nd’ circuit oh existing $/C line on DC towers 
from 220KV substation Kolar to existing 66/11KV Vemgal 
substation by DRAKE ACSR for a route length of ISKms. 

Part C: Construction of. 66KV Terminal Bay at 220/66KV 
Kolar Substation , Koiar Taluk & District. ’ 


M/s. Mahaveer Electro 
Mech Pvt. Ltd. 
Bangalore 


 40,12,56,664.55 


29.04.2019 


Sub staion work is 


completed , but 
delayed due to Right 
of way clearance 
approval for line 
work, 


Establishing 2x100MVA 220/66/ 11KV Substation & 
construction of 220 KV LILO line from existing 220KV 
Somanahalli - Kanakapura T.K Halli'‘S/C line fora 
distance of 0.09 Kms (90mtrs) to proposed 220KV 
substation, Harohalli KIADB Industrial Area, 3rd phase, 
Yeduvanahalli village, Kanakapura Taluk, Ramanagara 
District for arranging power supply to an extent of 
21.18MVA (18MW)} 


M/s.Kumar Electricals, 
Bengaluru 


" 81,13,20,590.00 


20.11.2019 


Sub station ‘and line 
work 80% . 
completed. Delayed 
due to covid 19 
pandemic 


{ 


ಅನುಬಂಧ-2 


ಮಂಡಳಿ ವತಿಯಿಂದ 2020-21ನೇ ಸಾಲಿನಲ್ಲಿ ವಿಳಂಬವಾದ ಸಿವಿಲ್‌ ಕಾಮಗಾರಿಗಳ ವಿವರಗಳು 


Sl No. 


Name of the work 


Rs, 


1 


Providing water supply from Hemavathi canal to Honnenahalli lake 
and lifting to Hirehalli Indl. Area, tumkur District, dobaspete, 
Bengaluru Rural District including cross drainage works , 
Improvements to Hionnenahalli tank and Miadala Tank (Balance 
work of providing waterr supply scheme of ISMLD to Dobaspet Indl. 
Area, Bengaluru Rural District and Hirehalli Industrial Area, 
tumakuru District from Bugudanahalli Maidala Tank via 
Devarayapatna Tank at Tumakuru District including 5 years 
operation & maintenance on Turnkey Basis of the complete work. 


Name of the Agency Contract Amount in 


M/s. M N Ramesh Engineers 
& Contractors, Tumakuru 


32,87,03,900.00 


29.05.2020 


Work Order Date 


| Remarks 


Work is in progess, 
delayed due to covid 
19 pandemic 


Formation of Housing layout including asphalting of 18M wide road 
(Road No.1), 15m wide road (Road No. SR-1, 3,4 & 13), 12M wide 
road (Road No. 2,5, 6,7,8,9, 10, 11 & 12) constuction of RCC side 
drain RCC cross drainage works, OHT sump Tank, UGD, Raising 
Main & HDPE Dual Water Supply Pipe line at Obadenahalli 
Industrial Area, Doddaballapura Taluk, Bengaluru Rural District 


M/s. Liya Infratech Pvt. Ld. 
Mangalore. 


12,77,86,982.17 


24.06.2020 


| Work is in progress, 


delayed due to land 
probledm and covid,19 
pandemic 
* 


Formation of Industrial Sublayout in plot No.658 including 
asphalting of 30m wide road {Road No.2P), 18M wide road {Road 
No.2A,2B,2C,2D,2F,2G,2H,2J &2K), 12M wide road {Road 

No.2E), Construction of RCC side drains, RCC side drains, RCC cross 
drainage works,Strom water drain, Chainlink Fencing, Retaining 
wall, Rain water Harvesting, OHT & HDPE Dual water supply 
Pipeline at Vasanthanarasapura 3rd phase Industrial-Area,, 
Tamu (T), & (D). 


— 


M/s.Amrutha constructions 
Pvt.Ltd., Bengaluru 


32,99,15,885.67 


24.09.2020 


Work is delayed due to 
covid 19 pandemci and 
now it is in progess 


Formation of Industrial Sub-Layout in Plot No.658 including 
asphalting of 18M’wide road (Road No.21D,21E,21F,21G,21H,21J & 
21%}, Construction of RCC side drains, RCC Cross Drainage 

Works, Compound wall, Strom Water Drain, Retaining wall, Rain .- 
water harvesting & HDPE Dual water. supply pipeline at 


Vasanthanarasapura 2nd Phase Industrial Area, Tumukuru (T), & 
(D). ” 


Ks 
] 


Sri. Suresh Kanaji, Bengaluru 
1 
[S 


[3 


24,72,38,947.64 


25.09.2020 


Work is delayed due to 
covid 19 pandemci and 
now it is in progess 


Formation of layout in Harohalli 4th phase Industrial Area, 
kanakapura Taluk, Ramanagara District. 


: 


M/s.BSR infratech India LTD, 
Bengaluru 


71,40,74,033.41 


16.12.2020 


Work is in progress 
(work is delayed due to 
Non transfer of Govt. 
Land in Sy. No. 113 of 
Rampura Village & Sy 
No. 221 of Cheelur 


Village 


Formation of Industrial layout including asphalting of 24M wide 
road & 18M wide roads, construction of RCC side drains, RCC cross 
drainage works, utility ducts, chain link fencing, OHT, sump, GLSR 
raising main and pumphouse at Chikkahulluru village, Hoskote Tq, 
Bengaluru Rural District. 


M/s. Ganapathi Stone 
Crusher, Bengaluru: 


31,32,66,301.73 


Work not yet 
commenced due to’ 
29.09.2020 land litigation 

(demarkation of 
boundary Reserve 
forest area) 


Formation of 12M wide road including construction of RCC drain, 
Hume pipe & provididng & laying HDPE Water supply line in plot 
No. 66 Koorgally Housing layout, Mysuru Industrial Area, 3rd stage, 
Mysuru. 


Sri. C L Rudre Gowda, 
Bengaluru 


21,09,491.68 


ISTANT ENGIEE 
ST Section, Head Cu, 
“|. Sec! ‘ADB 


12.02.2021 


\<u 
fpuinics! Assistant 
ಸ್ಟ K1ADB 

¥ Bengaluru 


Work is stoped due to 
, land litigation 


ie 


1 


